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PUBLIC WORKS, IRELAND 



THIRTY-FOURTH ANNUAL REPORT 



THE BOARD OF PUBLIC WORKS IN IRELAND. 



TO THE LORD^ COMMISSIONERS OF HER MAJESTY’S TREASURY. 



May it please your Lordships, 

TTTE have the honour to submit our Thirty-fourth Annual Report, embracing, in the 
* ' usual manner, the several services intrusted to our management, viz. : — 

Accounts : — 

Loans for Public Works, Advances, and Repayments. 

Sanctions for Grants. 

Public Buildings, including — 

Dublin Buildings. 

Post Offices. 

Queen’s Colleges. 

Probate Courts. 

Customs Buildings. 

Coast-Guard Stations. 

Maynooth College. 

National Education Buildings. 

Phoenix Park. 

Supply of Coals and Bogwood. 

Supply of Fuel to Public Offices. 

Landed Property Improvement, including — 

Drainage of Lands, &c. 

Erection of Farm Buildings. 

Do. Scutch Mills. 

Do. Labourers’ Dwellings. 

Arterial drainage, with Improvement of Navigation and Water-power. 

Drainage and Improvement of Lauds. 

Harbours. 

Inland Navigations. 

Post Roads, 
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Sanctions for Grants. 



By Act 1 & 2 Wm. 4, c. 33, for Public Works, 

By Act 1 Vic., c. 21, for Public Works, 

By Act 1 & 2 Vic., o. S8 (portion of £50,000), appropriated 
to Grants for Public Works, .... 
By Act 6 & 7 Vic., c. 44, for Public Works, 

By Act 9 Vic., c. 1, in aid of Relief Works, 

By Act 9 & 10 Vic., c. 108, do. 

By Act 2 & 3 Vic., c. 61, in aid of tbe Improvement of tbe 
Shannon Navigation, ..... 
By Act 9 Vic., c. 3, for Piers and Harbours, 

By Act 10 it 11 Vic., c. 75, for do., 

For Navigation in connexion with Drainage, Act 5 & 6 Vic., 
c. 89 



£ 


s. 


d. 


50,000 


0 


0 


50,000 


0 


0 


4,000 


0 


0 


21,000 


0 


0 


50,000 


0 


0 


175,000 


0 


0 


50,000 


0 


0 


40,000 


0 


0 


_ 



£ t. d. 



125.000 0 0 

225.000 0 0 
290,717 0 0 

90,000 0 0 
141,073 0 0 
871,790 0 0 



PUBLIC BUILDINGS. 

Dublin Buildings. 

The new range of stabling at the Royal Hospital, Kilmainham, for the service of the 
Commander of the Forces and his Household, has been completed. 

A new separate Chapel for the Protestant inmates of Dundrum Criminal Lunatic 
Asylum has been commenced. 

The extensive additions which have been in progress for some years at the Constabu- 
lary Depot, Phoenix Park, have recently been finished, and given over to the Constabu- 
lary Force. 

The new Record Depository at the Four Courts is far advanced towards completion. 
The fittings for this building are now being put up. 

A tender has been accepted for the erection of the Central Police Courts on a site 
immediately adjoining the Four Courts, and the works will be carried out at once. 

The buildings of the new Bankruptcy Court and Offices, now being erected at the 
Four Courts, are being proceeded with, and will be finished before the close of this 
season. 

The new residences for the matrons at Mountjoy Female Prison have been completed, 
and are now occupied. 

The works of repairs and maintenance have been duly carried out at — 

The Viceregal Lodge ; 

The Chief Secretary’s Lodge ; 

The Under Secretary’s Lodge ; and 

The Private Secretary’s Lodge, in the Phoenix Park ; 

Also at the State Apartments, Public Offices, and Official Residences in Dublin Castle. 

At the Royal Hibernian Military School and the Royal Hospital the necessary repairs 
and supply of furniture and fitments have been attended to. At the Royal Irish 
Academy, the National Gallery, and the buildings of the Royal Dublin Society, all 
necessary works of repairs have been executed, and also at the several Public Offices 
under the charge of this Board. 

Arrangements have been made for providing increased accommodation for the Com- 
missioners of Charitable Bequests. A more commodious house than that at present 
occupied by them has been procured in Kildare-plaee, and will shortly be available. 

The Offices of the Commissioners of Metropolitan Police, as well as the Police Courts, 
Barracks, &c., have been maintained during the past year at a cost of £3,343 16s. 5d. 

The powder ship, “ Mermaid,” recently stationed at the Pigeon House Fort, has been 
newly coppered, and has undergone thorough repair and painting. 

Post Offices. 

No additional works, beyond the ordinary maintenance, have been executed at the 
General Post Office, Dublin. At Cork Post Office some alterations have been made 
with a view to facilitate the despatch of business. At Limerick no work further than 
ordinary repairs was required. 



Public 

Buildings. 
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Queen's Colleges. 

The additions to the Anatomical Buildings of Belfast College have made considerable 
progress, and will shortly be finished. 

A new Library is in course of erection at this building, at an estimated cost of £4 BOO 
The old Library was used also as an Examination Hall, and for holding Visitations W 
^n an-angement productive of much inconvenience. The College authorities applied 
that tire old Library should be converted into an Examination Hall and a new Lihn „ 
Tr^uiy ltlS C<mrSe ™ aWTOVed by t1 * 6 Irisl1 Government and sanctioned by the 

The-new Lecture-room for the Anatomical Department at Cork College is 
ceeded with, and the plans for the further additions to those buildings, whicliare^oTe 
StedfOT n tks 7eai '’ haTe bee " prepal ' ed ' Tondm for tlls works will shortly be 



Probate Court — District Registries. 

No new works have been undertaken for these Offices. The 
have been duly attended to. 



necessary repairs, &c., 



Customs Buildings. 

The ordinary works of repairs have been executed at the several Custom Houses. At 
Limerick some alterations and improvements have been carried out. A new entrance 
to the Customs Department has been made, affording greater facility for the transaction 
of business. At the Customs Station at Rosslare, in the Port of Wexford, improvements 
are now being carried out, and are fast approaching completion. 



Coast-Guard Stations. 

The following new Stations were completed and handed over to the Admiralty during 
the past year, viz. : — J 6 

Balbriggao, county Dublin, consisting of houses for l Chief Officer and 7 men. 
Donaghadee, county Down, consisting of bouses for 1 Chief Officer, 1 Chief Boat- 
man, and 7 men. 

Ross, county Mayo, consisting of houses for \ Chief Officer, 2 Chief Boatmen, and 
3 men. 

Stations are in progress at — 

Cromane Point, county Kerry, to accommodate 1 Chief Boatman and 5 men. 
Knockadoon, county Cork, to accommodate 1 Chief Boatman and 0 men. 
inbane, county Donegal, to accommodate 1 Chief Boatman and 5 men. 

Rosses Point, county Sligo, to accommodate 1 Chief Officer and 2 men. 

Bangor, county Down, to accommodate 1 Chief Officer, 1 Chief Boatman, and 
5 men. 

Wicklow, conhty Wicklow, to accommodate 1 Chief Officer, ] Chief Boatman, and 
5 men. 

Upper Cove, county Cork, to accommodate 1 Chief Officer and 8 men. 

.Donmahon, county Waterford, to accommodate 1 Chief Officer and 6 men. 

, wor ks at these two latter Stations are fast drawing to completion, and the 
buddings will then be handed over to the Coast-Guard Department. 

Works of repairs and maintenance have been executed at 77 Stations during the past 
year, at a cost of £2,696. 



Maynooth College. 

Under the provisions of the Act 23 & 24 Vic., cap. 104, the following works, for 
which the Board entered into contracts, on the application of the Trustees of the 
College, and with the authority of the Lords of the Treasury, have been completed : — 

1. Fittings for new Infirmary and Chapel attached. 

2. Taking down and levelling the walls of old Infirmary. 

3. Taking down old coping, and re-coping boundary wall. 

4. New fire-engine. 
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National Education School Buildings. 

The new Model National School of Enniskillen is now being erected, and the works 
are progressing satisfactorily. This is the only Model School in course of erection at 

^ Fourteen new ordinary Literary School-houses have been completed in the past year, 
towards which the Board paid the sum of £2,985, being two-thirds of the cost Ihe 
remaining one-third of the expense was contributed by local persons interested in the 

Various additions and improvements, such as providing timber flooring, erecting 
porches, building enclosing walls and gates, wainscotting, and other works, have been 
effected at 15 School-houses, at a total cost of £482. To this the Board contributed 
two-thirds, viz., £321, and the remainder was borne by local persons interested. _ 

Besides this expenditure the Board have laid out, in repamng and maintaining 
District Model, and Model Agricultural Schools, a sum of £2,729, and on the various 
vested ordinary Literary School-houses in charge of the Board a sum of £1,747. 



Phccnix Park. 



The flower garden which was arranged last year is now available for visitors, and is 
uch frequented. 

The ordinary maintenance of the Park and Lodges has been duly attended to. 



Coals and Bogwood. 

The following are the quantities of coals and bogwood supplied to the several public 
departments in the Dublin district in the year ended 31st March, 1866, at a cost of 
£4,496. 

Number of departments, 128 

„ Tons of coal supplied, . . . • ion 

„ Tons of bogwood „ • • • 1 



LAND IMPROVEMENT. 



In reporting on the operations under the Land Improvement Acts, we, mthe first place, 
beer to submit to your Lordships’ notice a table showing the number of applications and 
the amounts issued during the successive years from the commencement in 1847 to the 
present time. 



Number of Applications for Loans 
commencement of operations in 
.year during the same period. 



, under the Land Improvement Acts, received in eacb year since the 
1847 to the 31st March, 1866 (inclusive), and the Amount Issued in each 



Amount Israed. 



1847, June to December (inclusive), 

1848, 

1849, 

1850, 

1851, 

1852, 

1853, 

1854, 

1855, 

1856, 

1857, 

1858, 

1859, 

1860, • 

1861-2, 

1862- 3, 

1863- 4, 

1864- 5, 

1865- 6, 



1,354 






. £72,790 


571 






. 356,160 


643 






. 379,836 


436 






. 250,324 


280 






. 145,653 


164 






88,542 


154 






. 55,454 


123 






49,293 


98 






35,180 


108 






32,510 


114 






31,674 


112 






35,524 


111 






29,334 


135 






. 26,902 


154 






36,656 


184 






61,375 


138 






58,830 


132 






58,430 


90 






46,215 



Up to the 31st March, 1866, 4, 183, loans have been sanctioned by your Lordships, 
but the whole of the loans so sanctioned have not been issued ; for, as mentioned in. 

B 
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previous Reports, during the period which elapsed between the year 1847, when the 
first loans were made, and the termination of the period now reported on, a considerable 
number of loans, or portions of loans which had been so sanctioned, have been ei ther 
relinquished by the borrowers or cancelled by this Board under the powers given in the 
Act 13 and 14 Vic., c. 31. 

At the close of the financial year ending March, 1 866, there remained unappropriated, 
out of the funds of £2,000,000 voted by Parliament for the Land Improvement service 
in Ireland, the sum of £58,532. 

The sum issued on account of works up to the 31st March, 1866, amounted to 
£1,850,682 4s. id., of which £1,750,936 4s. id. has been expended on the loans which 
have been completed, and £99,746 has been issued in respect of loans in progress 
and those which have not been finally closed. 

These totals comprise 306 loans, amounting to a sum of £107,140, which have been 
.sanctioned to proprietors for the erection of farm buildings, 50 loans, amounting to 
£22,170 for the erection of labourers’ dwellings, and 4 loans for building scutch mills, 
amounting to £l,090, particulars respecting which we furnish under their respective 
heads. 

The following is a tabular statement, according to districts and counties, of the amounts 
issued for all classes of works under the several Land Improvement Acts up to the 31st 
March, 1866 : — 



Schedule showing the Numbeh of Applications and the Amounts Issued. 



Name of County. 


.No. of 
Appli- 


Amount Issued. 


Total No. 

of Appli- 
cations. 


Total Amount 








• £ 




d. 




£ 


s 


d. 


Northern District. 


















Antrim, .... 


110 


81,268 


0 


0 










Londonderry, . 


90 


36,528 


0 


0 










Donegal, .... 


ISO 


87,541 


0 


0 










Fermanagh, 


DO 


39,925 


0 


0 










Tyrone, .... 


155 


58,350 


0 


0 










Armagh, .... 


49 


13,268 


0 


0 










Down, .... 


48 


23,174 


0 


0 




















722 


339,054 






Midland and Eastern. 














Cavan, .... 


SO 


18.851 


0 


0 










Monaghan, 


62 


23,619 


0 


0 










Longford, .... 


95 


30,356 


0 


0 










Louth, .... 


50 


22,145 


0 


0 










Meath, .... 


131 


71.040 


0 


0 










Westmeath, 


91 


27,355 


0 


0 










Dublin, .... 


102 


24,457 


0 


0 










Kildare, .... 


114 


33,493 


0 


0 












105 


21,213 


0 


0 










Queen’s, .... 


189 


67,760 


0 


0 










Wicklow, .... 


113 


40,886 


0 


0 










Carlow, .... 


129 


58,009 


0 


0 










Kilkenny, .... 


127 


46.181 


0 


0 










Wexford, .... 


180 


, 76,322 


0 


0 
















— 


— 


1,568 


561,687 


0 


0 


Western. 




















117 


48,617 


0 


0 










Leitrim, .... 


106 


40,185 


0 


0 










Mayo, .... 


247 


99,129 


0 


0 










Roscommon, 


202 


81,530 


0 


0 










Galway, .... 


400 


119,805 


0 


0 










Clare, .... 


170 


48,906 


0 


0 
















— 





1,242 


438,472 


0 


0 


Southern. 


















Limerick, .... 


368 


141,264 


0 


0 










Tipperary, 


296 


85,697 


0 


0 










Waterford, 


89. 


34,230 


0 


0 










Cork, .... 


602 


133,659 


0 


0 










Kerry, .... 


284 


116,619 


0 


0 
















— 


— 


1,639 


511,469 


0 


0 






Totals, 






5,171 


1,850,682 


0 


0 
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Thorough Drainage. 

The reports of the Inspectors continue to bear testimony to the beneficial results of 
the works carried out under Loans for the improvement of land by draining, fencing, &c. 
The number of acres which have been thorough-drained from the commencement of 
operations under the Land Improvement Acts, up to the 31st March in this year, 
amounts to 225,172 acres, at an average cost of £5 2s. 6d. an acre. Of this quantity 
4,775 acres have been drained during the period from 1st April, 1865, to 31st March, 
1866. A considerable portion of the land drained has been subsoiled. 



Farm Buildings. 

13 and 14 Vic., c. 31. 

Since the passing of this Act 306 loans, amounting to £107,140, have been sanctioned 
by vour Lordships to proprietors for the erection of farm offices ; and the operations 
under 243 of these loans, amounting to £85,910, have been completed. t 

The reports of the Inspectors show the satisfactory manner in which the steadings 
under their supervision have been completed. The observation made in former reports 
as regards drainage, that the works executed under loans from this Board afford examples 
to proprietors who desire to proceed with private funds is equally applicable to farm 
buildings. 

The following Schedule shows the number of loans for farm buildings completed in 
each county in Ireland, with the sums sanctioned and issued : — 

Loans for Farm Buildings which have been closed. 



Name of County. 


No. 

of 


Amount 

turned. 


Amount 

Issued. 


Name of County. 


No. 

Lo*f 


Amount 

tionod. 


Amount 


Antrim, . 


4 


£ 

1,050 


£ 

1,050 


Longford, 


4 


£ 

1,400 


£ 

1,400 


Carlow, . 


5 


1.550 


1,550 


Louth, . . 


3 


1,100 


1,000 


Cavan, . 


4 


1,200 


1,200 


Mayo, . 


IS 


7,000 


6,060 


Clare, . 


4 


1,450 


1,450 


Meath, . 


4 


1,700 


1,700 


Cork, . 


31 


9,650 


9.030 


Monaghan, 


1 


300 


300 


Donegal, 


5 


1,H50 


1 ,050 


Queen’s, 


5 


2,150 


2,050 


Down, . 


3 


l.O'iO 


1,000 


Roscommon, . 


16 


5,400 


5,130 


Dublin, . 


7 


2,650 


2,650 


Sligo, . 


G 


3,100 


2,740 


Fermanagh, 


1 


100 


100 


Tipperary, 


23 


9,550 


8,490 


Galway, . 


22 


6,500 


6,100 


7 


2,850 


2,850 


Kerry, . 


13 


4,210 


3,260 


Waterford, 


1 


200 


200 


Kildare, . 


13 


3,200 


3,180 


Westmeath, . 


7 


4,700 


3,220 


Kilkenny, 


4 


100 


100 


Wexford, 


4 


1,350 


1,350 


Kings, . 


2 


450 


450 


Wicklow, 


3 


1,650 


1,500 


Leitrim, . 
Limerick, 


1 

23 


300 

9,000 


300 

7,920 




243 


85,910 


78,380 



Of the remaining 63 loans for farm buildings which have been sanctioned, 30, amounting 
to £10,580, are in progress, under which a sum of £7,130 has been issued; and 33, 
amounting to £10,650, have not been proceeded with. 



Scutch Mills. 

Two additional loans under this head have been made within the past year. Since 
the passing of the Act 4 loans, amounting to £1,090, have been sanctioned by your 
Lordships, and £870*issued. 

Many inquiries have been made as to loans for machinery and remodelling old 
buildings ; but under the existing law there is no power to advance money for any 
other purpose than the erection of the building, which, it may be borne in mind, is less, 
costly than the machinery. 



Labourers’ Dwellings. 

The Act 23 Vic., c. 19, authorizing tlje advance of money for the erection of dwellings 
for agricultural labourers, continues to be productive of benefit ; and the landed pro- 
prietors evince a desire to avail themselves of its provisions. 

Since the passing of the Act 50 loans, amounting to £22,170, have been sanctioned. 

B 2 
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closed .^ <yw ™£ Schedule shows the loans for labourers’ dwellings which have been 
Loans for Labourers’ Dwellings which have been closed. 





Number 
of Louns. 


Am 


oned 




Amount Issued. 






£ 


s. 


d. 








Carlow, 


1 


1,000 


0 


0 


1,000 






Down, 


2 


1,550 


0 


0 


1,080 






Fermanagh, 


1 


300 


0 


0 


300 


0 




Kerry, 


2 


600 


0 


0 


520 






Limerick, . 


1 


3u0 


0 


0 


300 






Longford, . 


1 


200 


0 


0 


200 






Waterford, . 


1 


350 


0 


0 








Westmeath, 


2 


1,200 


0 


0 








Wexford, . 


4 


1,700 


0 


0 


1,G50 


0 


0 




15 


7,200 


0 


0 


5,900 


0 


0 



, , m progress loans, amounting to a sum of £ll 820 

under which £5,880 was issued up to the 31st March, 1866. ’ ' 

been proc^eSwith *° anS sanctione<i V y our lordships, amounting to £3,150, have not 

„„ rt,^ Ap ? endk ^ ) WC f ive extrn ? s from the re P orts of several of our Inspectors 
th B t»n??m? 0nS r n P f year ; and the Appendix (C.) gives a statement showing 

of fcZ “rf^rs fortTe “ “ *• amoullts aiWd “* «» **» 



With Improvements 
8 & .9 Vic., cap. 69 
18 & 19 Vic., cap., 
Vic., cap. 41. 



ARTERIAL DRAINAGE, 

of Navigation and Water-power, under the Acts 5 & 6 Vic., cap. 89 ; 
* ® „ ca P- 4 ;. lu & 11 Vic;, cap. 79 ; 16 & 17 Vic., cap. 130 ; 
110 ; 19 k 20 Vic., cap. 62; 20 & 21 Vic., cap. 23 ; and 21 & 22 



named A ^l / 1 “TTJ ™ th Ule works of Artorial under the ahove- 

ZZitw 7, been , co,ld " ed durmg the past year, as they have been since 1801, to 
bvSrZ h ?r tle Z T t,0U ¥ P ro pnetora, the amount of increased rent to he paid 
meSr^th?; h ^ ’T* ? real ’ ect of the benefit derived by thorn from improve- 
StaZ !nd the Drainage operations, and to giving information, 

tW 4 W d S *° th ? trustees of Districts, on such points eo, mooted with their 
«ecnttee oS S r ec l“ eB \ ani ^oh we have felt it within our province to give, all 
executive operations having been long since brought to a close 

Clfn^“&t 6U pkce in ”*“* to B ° arf ' B responsibility in respect of the 

the^S^ 

at the Pnd MdvrA. is ck + A ooVit™ 101 , Jis chargeable to counties, amounted 
ato“o Is08 988 ' * £2 ' 384 - 338 - “ d repayments in respect thereof 



Drainage and Improvement of Lands Acts (Ireland). 

26 & 27 Vic., c. 88 1 27 & 2.8 Vie., c. 72 ; and 38 k 29 Vie., c. 52. 

fo/oZ bee ” submitted 

these *“» th “ PaSSiCg ° f 



1. Atliboy, comity of Meath. 

2. Ballynacarrig, King’s ami Queen’s counties. 

3. Tliurles, county of Tipperary. 

4 Ratlidowney, Queen’s county. 

5. Six-mile-bridgc, county of Clare. 

C. Kilmastnlla, county of Tipperary. 

7. Silver River, King’s county and county of West- 
meath. 



8. Parsonstown, King’s county and county of Tipperary. 

9. Carnage, comity of Limerick. 

10. Blphin, county of Roscommon. 

11. The Connell, county of Kildare. 

12. Rriokey, county of Waterford. 

13. Upper Iuny, counties of (Javan, Longford, Meath, 

and Westmeath. 
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Acts have been passed confirming the provisional orders of the Board ^ constituting six 
of these districts, vis., Athboy, Balliuacarrig, Rathdowney, Six-mile-bndge, Kilmastulla, 

an The 6 workJ r of the Athboy District ore drawing towards completion; considerable 
progress has been made in the Kilmastulla, and some work has been done m the &x- 
mile-bridge District. Contracts have been entered mto for the execution of the works 
of the Ballinacarrig, Rathdowney, and Silver River Districts, and the works will be 

commenced immediately. . , ,, , 

The Elphin, Comiell, Inny, and Brickey Districts are passing through the stages 
required by the Act previous to provisional orders constituting them being made. 

With respect to the three remaining districts, the Thurles was abandoned by the 
petitioners, as stated in last year’s Report. The Board having made all the investigations 
required by the Act, did not feel justified in making a provisional order constituting the 
Parsonstown District; but tliey are informed that the proprietors intend to bring rt 
forward again in an amended shape. The Camoge District has not been proceeded with 

^Stace^the lSt Report tile following loans have been sanctioned by your Lordships:— 



Kilmastulla, Tipperary, . 

Six-mile-bridge, Clare, . 

Ratlidowney, Queen’s, 

Athboy, Heath, . • 

Silver River, Westmeath and King’s county, 
Ballynaearri'g, King’s and Queen’s counties, 



£8,364, . 31st July, 1865. 
5,300, . 19tli September, 1865. 
( 1,700, . 21st September, 1865. 
| 600, - 10th February, 1866. 
5,400, . 28tli September, 1865. 
3,233, . 23rd October, 1865. 
5,600, ■ 23rd October, 1865. 



The total area of land to be improved in the ten Districts which are being proceeded 
with is 28,038a. Or. 10p., and the estimated cost of the works £93,991 3s. 10ct. 



HARBOURS. 

Kingstown Harbour, County Dublin. 

Durino tile past year the Piers, Jetties, Wharfs, and all Building, F enoes Roads, and 
Sewers connected with the Harbour, have been maintained in an efficient state ofrepau. 
All the Piling, Sheds, Cranes, Gangways, Boats, and Boathouses, Warps, and Buoys, 

have also been kept in full repair. t-.ij.tj, •> i 

Timber fenders on the western side of the Post Office Steam Packet Jetty, have been 
further improved and strengthened by filling in the vacant spaces or panels where the 
packets touch on their arrival, with solid elm timber and friction pieces, to prevent, as 
far as possible, the frequent injury to the masonry from rihe blocks of the packets coming 
alongside. A system of new fenders has been erected on the Victoria Wharf for the 

accommodation of the troop ships. ., , 

A new fence has been erected along the Victoria Wharf, to prevent accidents, con- 
sisting of cast-iron standards set on stone blocks, with a double tier of wrought-iron 

chains and suitable movable spaces, for access to the wharf. 

Three new mooring buoys, with patent screw moorings, have been laid down. 

Timber staging and cranes have been erected, and tramroads laid down for quarrying, 
transportingiana preparing materials, and building the new addition to the old Coal, 
or Dunlearir Quay, sanctioned by the Treasury 2Sth February, 1865. About 150 
lineal feet of the new wall has been built to the required height, and preparations made 

& TtofouSg is a return of the Vessels’ that have used the Harbour during the last 
year, 1865 — Mail and Passenger Steamers and Yachts excepted : 



Sailing Vessels, to and from the port of Dublin, waiting wind or tide, 
Steamers, to and from the port of Dublin, waiting wind or tide, 

From English, Irish, Scotch, and Foreign ports, to Irish ports, 

From English, Scotch, and Foreign ports, to English and Scotch ports, 
From Irish ports to English, Scotch, and Foreign ports, 

From English and Scotch ports to Foreign ports, 

For Orders, .••••• 

To Kingstown, . . • . 

Men-of-War, Troop Steamers, and Cruisers, . 



141 

140 

64 



Tonnage. 

118,770 

44,293 

14,838 

22,454 

10,712 

24,331 

1,342 



Total, 



1,893 308,827 



In the previous year the numbers u 
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Donaghadee Harbour, County Down. 

Some damage which was done to a considerable portion of the sea pavement at the South 
Pier Head during the heavy easterly gales of the winter of 1864-65, has been thoroughly 
repaired. A stone and chain fence has been erected along the point of the quay opposite 
the County Down Railway Terminus, to guard against a recurrence of accidents which 
had happened owing to the unprotected state of the quay at that place. With these 
exceptions the works have been confined to those of the ordinary maintenance of the 
Harbour, which has been kept in good repair. — See Appendix D. 

Dunmore Harbour, County Waterford. 

The works have been kept in good order and repair. The usual moderate outlay for 
the ordinary works of maintenance is all that has been required. — See Appendix D. 

Howth Harbour, County Dublin. 

During the past year satisfactory progress has been made in the deepening of this 
Harbour, upwards of 25,000 cubic yards of sand and mud having been removed since 
the last report. The deepening of the entrance has been nearly completed, and the 
western side of the Harbour has been brought to the proposed depth. A shed for the 
protection, in bad weather, of persons engaged in buying and selling fish has been built 
on the West Jetty, and has been found veiy useful. A store for salt and coals for the 
use of the fishing trade has been built on a site let for that purpose on the Western 
Pier. Twenty new stone mooring posts and seven iron mooring rings have been pro- 
vided. The piers, roads, and other works of the Harbour have all been kept in good 
order. — See Appendix D. 



INLAND NAVIGATIONS. 

Boyne Navigation. 

This navigation has been maintained in good repair. The removal of the new weed, 
“ anacharis alsinastrum,” continues to be a source of expense in this as in some of the 
other navigations. — See Appendix D. 

River Maiguc Navigation. 

The works are all in a safe and satisfactory state of repair. — See Appendix D. 

Shannon Navigation. 

The works of this navigation have all been maintained in good order. No work has 
been undertaken beyond, those of ordinary maintenance and repairs, with the exception 
of removing obstructions in the Canal and Shannon level between Park-bridge and 
Plassey, from which upwards of 6,000 cubic yards of gravel have been removed by the 
steam dredger. — See Appendix D. 

Tyrone Navigation — Coal Island Canal. 

The works on this Navigation have been confined to the ordinary outlay for its main- 
tenance. The navigation has been kept in good repair. — See Appendix D. 

Ulster Canal. 

This navigation, which connects Lough Neagh with Lough Erne, has been held since 
the year 185.1 by different parties under lease from the Public Works Loan Commissioners 
as mortgagees. It was vested in this Board last July by the Act 2S & 29 Vic., cap. 109. 
Owing to the insufficient water supply, and the state of decay into which the Canal was 
allowed to get by the lessees, there has been very little trade upon it for several years, 
and a considerable expenditure will be required to render the navigation fit for traffic. 
The necessary works of repair have been commenced, and will be vigorously proceeded 
with during the next year. When they have been completed, and an adequate supply 
of water has been secured, the Board expect that there will be a very fair traffic upon 
the Canal, and there can be no doubt that it will confer a material benefit on the 
district traversed by it. — See Appendix D. 
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POST ROADS. 

Act 6 & 7 Wm. IV., cap. 116. 

On the application of the Postmaster-General, under the 61st section of the above- 
named Act, repairs have been executed during the past year on post roads situated in 
the following counties : — 

Cavan. Clare. Donegal. Dublin. 

These repairs have been executed under the superintendence of the respective County 
Surveyors, at a cost of £655 15s. 6d., repayable by Grand Jury Presentment at subse- 
quent Assizes. 



We have the honour to be 

Your Lordships’ obedient Servants, 



J. G. M'KERLIE. 
W. R. LE FANU. 



E. Hornsby, Secretary. 

Office of Public Works, Dublin, 
1$£ May, 1 866. 



Post Roads . 
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APPENDIX A.— 

(A.) — Abstract of the Accounts of the Commissioners of Public Works in Ireland, showing the Total of 



A1 20 Loans, Advances, and Repayments, v 
Loans, 57 Geo. III., c. 34, . 

„ 1 & 2 Win. IV., c. 33, 

„ 6 & 7 Vic., c. 44, . 

Arterial Drainage, &c., 
Laboucliere Drainage, 

Land Improvement, 



. A 2 22 Elver Drainage Works, 5 & 6 Vic., c. 89, &e., 



A3 22 Land Improvement Preliminaries, 10 Vic., c. 32, 



A 4 24 Parliamentary Votes and Grants, viz. : — 

1. Public Buildings, including National Education Buildings, Phoenix') 

Park, Kingstown and Donagliadee Harbours, 

2. New Record Buildings, ...... 

3. Salaries and Incidents of Office, and Fisheries, . 

4. Central Criminal Lunatic Asylum, Dmulrmn, ... 1 

5. Royal Dublin Society, ..... . 

6. National Gallery of Ireland, ..... 

7. Howtli Harbour, ..... 

8. Dunmore Harbour, ..... 

9. Convict Prisons, ..... . J 

A 5 30 Miscellaneous Services, viz. : — 

1. Maintenance of Post Roads, .... . 

2. Receivers’ Accounts for Loans, ..... 

3. Inland Navigations : — Shannon, .... 

„ Boyne, ..... 

,, Tyrone, ..... 

,, Maigue, ..... 

„ "Ulster Canal, .... 

4. Metropolitan Police Buildings, . . . . . 

5. Arbitration Accounts, ...... 

6. Piers and Harbours Act, 9 Vic., c. 3 ; and 10 & 11 Vic., c. 75, 

7. Maynooth College, ...... 

8. Phoenix Park Grazing Rents, ..... 

9. Sundry Drainage Deposit Accounts, per Act 26 & 27 Vic., c. 88, &c., 

10. Sundry Accounts, ..... . J 



1,904 18 4 126,078 18 11 



7,715 5 0 27,208 14 6 



A 6 36 Classified Abstract of Loans for Public Works, 1 & 2 Wm. IV., c. 33 ; and 

6 & 7 Vic., c. 44. 

A 7 38 Statement of open Loan Accounts, 1 & 2 Win. IV., c. 33 ; and 6 & 7 Vic., 



9,801 4 0 400,095 10 5 



O-ffice of Public Worics, Dublin, 30 th April, 1866. 
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. Accounts. 



Sams intrusted to their Management for Collection or Disbursement for One Tear, ended on 31 st March, 1866. 



liolanoos 
Overdrawn on 


Totals. 


Ovordrawn ' 

Balances from | 

31st March. 


Paid. 


Balances on 
31st Maroh, 
1366. 


TOTALS. 


£ i. d. 


£ 4. d. 


£ s. d. i 


£ s. d. 


£ s. d. 


£ t. d. 


- 


245,982 2 4 


306 10 5 j 


245,357 16 3 


317 15 8 


245,982 2 4 


2,987 16 3 


2,998 16 3 


2,980 0 4 | 


16 15 11 


- 


2,998 16 3 


- 


995 15 4 


- 


963 18 10 


31 16 6 


995 15 4 


- 


127,983 17 3 


- 


122,959 19 0 


5,023 18 3 


127,983 17 3 


- 


34,923 19 6 


- 


28,244 15 10 


6,679 3 8 


34,923 19 6 


2,987 16 3 


412,884 10 8 


3,286 10 9 


397,545 5 10 


12,052 14 1 


412,884 10 8 










1 





W. B. Soadt, Accountant. 
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APPENDIX TO THIRTY-FOURTH REPORT OF THE 



[ 1865 - 66 . 



(A 1.) — An Account, showing the Receipts and Expenditure of the 
PUBLIC LOANS. 





A s . d. 


£ s . a . 


£ s . d. 


Loans Advances. 








Public Works, 6 <fe 7 Vic., c. 44 








Amount received from Commissioners of National Debt, 




9,704 0 0 


- 


Land Improvement, 10 Vic., c. 32, <fee. : — 








Amount issued from Consolidated Fund, 




46,000 0 0 




Total issued for Loans, .... 


" 




55,764 0 0 


Loans Repayments. 








1. PuV.lic W orks Loans : — 








Amounts received uuder the following Acts, viz. : — 








Loans, 57 Geo. III., c. 34, 


180 18 4 








Loans 1 & 2 Wm. IV., c. 33, 


0,310 5 8 








Loans 6 & 7 Vic., c. 44, . 


7,759 19 10 


— 


— 




— 


14,251 3 10 


- 


2. Arterial Drainage : — 








Amount received from Proprietors for Dvainage Works, 


— 


57,484 3 10 


i 


3. Labonckore Drainage : — 








Amount received from Proprietors, .... 




10,608 19 5 




4. Laud Improvement : — 








Amount received from Proprietors, .... 


— 


107,807 16 7 


~ 


Total Repayments, ..... 


- 


- 


190,132 3 8 


5. Amonnts lodged in error, ic., repaid per contra, 


— 


— 


65 18 8 








245,982 2 4 



Office of Public Works, Dublin, ZOth April, 1866. 
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Commissioners of Public Works in the Year ended 31st March, 1866. 



ADVANCES AND REPAYMENTS. 



£ s. J. £ s. if. £ «. d. 



By balance, 31st March, 1865, 



Loans Advances. 

Public Works, 6 & 7 Vic., c. 44 : — 
Amount advanced on Loans, . 



Land Improvement, 10 Vic., c. 32, &c. : — 
Paid to Proprietors on account of Loans, 



Total paid to Borrowers, 



Loans Repayments. 

1. Public Works Loans : — 

Amounts transferred to H. M. Exchequer, viz. : — 
Loans, 57 Geo. III., c. 34, 

Loans, 1 & 2 Win. IV., c. 33, 

Loans, 6 & 7 Vic., c. 44, 



Arterial Drainage : — 

Amount transferred to H. M. Exchequer, 



3. Labouehere Drainage : — 

Amount transferred to H. M. Exchequer, 



4. Land Improvement : — 

Amount transferred to H. M. Exchequer, 



5. Amounts refunded to Proprietors, &c., 

Balance carried to next Account, 







306 10 5 


- 


9,764 0 0 


-■ 


- 


46,215 0 0 


- 




_ 


55,979 0 0 


180 18 4 






6,310 5 8 


— 





6,869 15 7 


— 


— 




13,360 19 7 


- 




57,484 3 10 


- 


- 


10,608 19 5 


- 


— 


107,858 14 9 


- 






189 312 17 7 


_ 


_ 


65 16 8 . 


- 


- 


317 15 8 


. , 




245,982 2 4 



W. B. Soady, Accountant. 
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Account showing the Receipt and Expenditure of the Commissioners 



NAME OF DISTRICT. 



RECEIPTS. 



Lough Neagh, . 



Total Receipts, 



Balance to next Account, 



Office of Public Works , Dublin, 30 th April, 1866. 



(A 2.) — RIVER 



11 0 0 
2,987 16 3 



2,998 16 3 



(A 3.)— LAND IMPROVEMENT 



Balance from last Account, 

Amount received from Treasury by way of Loan, 
» n from Proprietors in Repayment 



Proprietors in Repayment of Preliminary Expenses, 



£ «. d. 


£ *. d. 





181 0 8 


400 0 0 




414 14 8 






814 14 8 




£995 15 4 



Office of Public Works, Dublin, 30 th April, 1866. 
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of Public Works, in the Tear ended 31st March, 1866 — continued. 



DRAINAGE. 



••• 

NAME OF DISTRICT. 


Expenditure 

Works. 


TOTAL. 




£ s. d. 


£ «. d. 


EXPENDITURE. 






Balance from 31st March, 1865, ..... 


- 


2,980 0 4 


Works Account. 






Clonakilty, ........ 


17 2 0 




Lough Neagh, ........ 






Total Expenditure, 




18 15 11 






2,998 16 3 



W. B. Soady, Accountant. 



PRELIMINARIES. 



EXPENDITURE. 


£ s. d. 


£ s. d. 


Amount paid to Exchequer in Repayment of Advances, 

„ paid for Preliminary Investigations, Advertising, Scrivenery, &c., 


523 8 11 
440 9 11 


963 18 10 
31 16 6 


Balance carried to next Account, . • . 


- 






£995 15 4 



W. B. Soady, Accountant. 
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[1865-66. 



Account showing the Receipt and Expenditure of the Commissioners 



RECEIPT. 

Balance brought from last Account, 

1. Pdblio Buildings, Ac. : — 

Issued from H.M. Exchequer ou account of Votes, 
Sundry Receipts, Rents, Sale of Old Stores, Ac., . 
Contributions in aid of National Schools, . 



Cai ried forward, . 




(A 4.)— PARLIAMENTARY 



r/ 


£ s. d 


£ s. d. 




87,000 0 0 
123 1G 8 
| 201 9 G 

| 


1,904 18 4 




87,325 6 2 | 


1,904 18 4 
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VOTES AND GRANTS. 



EXPENDITURE. 

1. Public Buildings, Ac. ; — 

Dublin Castle — Furniture, General Repairs, and Altera- 
tions to State Apartments, Public Offices, Ac., . 

Royal Irish Academy — Repairs, Alterations, foe., 
Charitable Bequests Office — Rent, foe. 

Commissariat Office— Repairs, Alterations, Ac., 

Stationery Office, ditto, 

General Registry Office, ditto, 

Income-Tax Office, ditto, 

Inspector-Geueralof MilitiaOffiee, ditto, 

King’s Inns — Repairs and Alterations to several Offices, Ac., 
Four Courts — Repairs, Alterations, foe., to several Courts, 
Chambers, and Offices, 

Four Courts’ Marshalsea — Repairs, Alterations, foe., 
Custom House, Dublin — General Repairs and Alterations 
to several Public Offices, Excise Stores, Ac., 

Custom House, Cork — Repairs and Alterations to several 
Offices. Ao., 

Custom House, Limerick, ditto, ditto. 

Custom House, Belfast, ditto, ditto, 

Bridges on the North Wall, Dublin — Chain Fence, Repairs, 
foe., . . . • • 

Customs Buildings throughout Ireland — Additions, Re- 
pairs, Alterations, foe., 

Irish town Church — Repairs, Ac., 

Phoenix Park Residences, Ac. — General Repairs, Furniture, 
Additions and Alterations to the Viceregal and other 
Lodges, Ac., . . . . 

Royal Hospital, Kilmaiuliam — Additions, Repairs, Altera- 
tions, Ac., . . • 

Royal Hibernian Military School — Additions, Repairs, 
Alterations, Ac., .... 

The Queen’s College, Cork — Repairs, Alterations, Ac., 
The Queen’s College, Belfast, ditto, 

The Queen’s College, Galway, ditto, 



Inland Revenue Buildings — Repairs, Ao., 

Coast Guard Stations : — 

Maintenance of, and Additions to, Existing Stations, 
Law Expenses, Costs of Leases to the Admiralty, Ac. 
New Buildings : — 

Balbriggan, .... £2,006 16 10 



Bonmahon, . 

Cromane, 

Donaghadee, 

Knockadoon, 

Ross, 

Ross’s Point, 
Tribune, 
Upper Cove, 
Wicklow, 



6 14 

690 11 8 
116 16 8 
1,401 6 7 
313 16 11 
170 0 0 
10 1 10 
12 19 0 
996 10 9 
39 8 9 



General Post Office, Dublin — Additions, Repairs, Altera- 
tions, Ac., ...... 

Post Office, Cork, ditto, 



Carried forward, 



1,322 6 0 
1,804 10 4 
739 1 4 



3,400 6 
50 6 



1,002 12 
205 6 



5,811 9 4 
189 3 7 
90 10 0 
86 18 6 
74 4 9 
448 17 1 
29 6 9 
18 17 7 
325 13 10 

3,001 8 
292 7 11 

1,483 2 7 

121 13 11 
255 18 9 
360 10 2 



424 6 7 
20 16 7 



8,138 16 0 
5,169 9 9 
2,716 17 3 



9,215 16 4 



1,207 18 6 
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An Account showing- the Receipt and 1 Expenditure' of the Commissioners 



RECEIPT — continued. 

Brought forward, 

1. PtruLia Boildi n gb — continued. 



Douaghadee Harbour : — 
Rents, . 

Fines, , 



Carried forward. 
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of Public Works, in the Y>ear -ended 3 1st March, \&^i— continued. 



VOTES AND GRANTS— continued. 



EXPEND ITDRE — ■ continued . 

Brought forward, 

. Public Buildings, &c. — continued. 

National Education Buildings, <fcc. : — 

Repairs and Works at the Offices, Schools, Lecture-rooms, 
and Training Departments in Dublin, . 

Repairs and Alterations to Model Agricultural Schools, 
including Albert Model Farm, 

Repairs, Alterations, and Additions, to District Model 
Schools, ..... 

Repairs and Alterations to Minor Model Schools, 

Repairs and Maintenance of Ordinary Literary Schools, . 
Grants in aid of Building, Improving, Furnishing, and 
Enclosing Sites of Ordinary Literary Schools, . 
Building New Model Schools: — Cork, . £1,180 0 10 

Enniskillen, 1,724 7 5 



Constabulary Depot Barracks, Phoenix Park : — 

Repairs and Alterations, . . £2,410 0 3 

Additions, . . . 826 0 8 



Constabulary Barracks throughout Ireland — Repairs, Altera- 
tions, ike., ...... 



District Probate Registry Offices — Repai 
Rents, ifce. 



Alterations, 

Special Commissioners of Fisheries — Office, Repairs, Rent, 



General Valuation Office — Repairs, <5tc., 
Store and Yard, City-quay — Rent, . 



Pbcenix Park — Maintenance, &e. : — 

Labour and Materials, Alterations, Additions, and Repairs 
to Gate Lodges, Cultivation of Doer Farm, &c., &c., 
Salaries of Bailiff, Doorkeeper, Gate-keepers, Constables, 






Contingencies, including Gaslight, and attendance of Police, 
New Flower Garden — Expenses of Laying-out, Planting, 



Improvements — New Roads, Fences, <fec., 



Contingencies, Salaries of Overseers, Maintenance of Clocks, 
Chimney Cleaning, <ko., . . . . . ; 

Coals and Firewood supplied to sundry Public Departments, 
Fish Passes on the .Upper Shannon Weirs — Labour, Mate- 
rials, Incidents, &c., ..... 



“ Mermaid,” Powder Ship, at the Pigeon House Fort 
New Copper Booling .... 
Repairs, Materials, &C., .... 



New Court of Bankruptcy and Insolvency : — 
Works under Contract, . 

Salary of Clerk of Works, 



Donagliadee Harbour : — 

Labour, Materials, Incidents, J 
Salary of Harbour Master, 



Carried forward, 



1,263 12 7 

1,777 10 9 

1,829 2 10 
415 3 
1,843 11 3 



2,904 8 3 



3,236 0 11 
251 6 II 



5,356 10 10 
2,176 16 1 



420 0 0 
52 4 3 



5,950 0 0 
86 2 8 



234 6 0 

20 0 0 



13,342 11 8 



120 8 
9 17 
7 4 



7,533 6 11 



833 15 

3,276 18 5 I 



6,036 2 8 



79*657 12 0 | 



D 



37 
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APPENDIX TO THIRTY-FOURTH REPORT OF THE [1865-66. 

An Account showing the Receipt and Expenditure of the Commissioners 



RECEIPT — continued. 

Brought forward, 
1. Kingstown Harbour : — 

Harbour Dues, . 

Rents, &c., 



2. New Record Buildings 

Issued from H. M. Exchequer on account of Vote, 



3. Salaries and Incidents of Office : — 

Issued from E. M. Exchequer on account of Vote, 
Law Costs recovered, .... 

Registration Pees, .... 

Sundry Receipts, .... 



4. Central Criminal Lunatic Asylum, Dundruk : — 

Issued from H. M. Exchequer on account of Vote, 



5. Royal Dublin Society : — 

Issued from H. M. Exchequer on account of Vote, 
Sale of Old Copper and Lead, . 



6. National Gallery of Ireland : — 

Issued from H. M. Exchequer on account of Vote, 
Re-lodged, ..... 



7. Howtii Harbour : — 

Harbour Dues, . 

Rents, 

Sale of Iron and Stones, . 
Pines, 



8. 1' un more Harbour : — 
Harbour Duos, 
Rents, 



Carried forward, 



(A 4.)— PARLIAMENTARY 



£ s. d. 


£ s. d. 


£ s. d. 


- 


87,331 10 3 


1.904 18. 4 


2,230 7 0 






290 14 11 








2,521 1 11 








89,852 12 2 


- 


6,500 0 0 








6,500 0 0 




23,500 0 0 







97 3 0 




. 


5 14 8 






15 0 5 


23,617 18 1 


. - 


1,190 0 0 


1,196 0 0 




1,359 0 0 


— 


25 16 3 


1,384 16 8 




813 0 0 





1 0 0 












312 3 9 







101 8 6 







2 4 0 







4 10 0 






“ 


420 6 3 




23 10 4 







23 9 4 








4G 19 8 






125,737 11 3 
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VOTES AND GRANTS — continued. 



EXPENDITURE- 



tontinued. 



£ i. d.\ £ s. d.\ £ t. d. 



' Brought forward, 

1. Kingstown Harbour : — 

Salaries of Harbour Master, Superin- 
tendent, ifee., .... £461 18 9 
Boatmen, Watchmen, &c., • • 630 4 11 

Incidents and Contingencies, including 

Gaslight, . . ■ • 318 10 6 

Rents and Taxes, . . • 22 2 10 

Ballast supplied, Contract, . . 311 0 0 

Maintenance, Repairs, Materials, &c., . 2,451 5 5 



79,557 12 0 



Three Patent Screw Mooring Buoys, Chains, 

<fec., . . • 

Chain Fencing at Victoria Wharf, 

Crane erected on Traders’ Wharf, 
Implements and Machinery, 

Building New Wharf at the Coal-quay, 



2. New Recoru Buildings : — 
Works under Contract, 
Fitments, Furniture, &o., . 
Clerk of Works, . 



591 11 3 
151 5 0 
120 0 0 
52 14 8 



915 10 11 
1,682 0 10 



4,560 0 0 
776 1 6 
23 8 4 



3. Salaries and Incidents or Office : — ■ 

Salaries of the Board and Establishment, 
Law expenses, . 

Travelling expenses, &c., . 

Progress Inspections, 

Incidents, &c., 



19,608 13 5 
67 19 11 
1,943 10 2 
704 6 7 
344 5 9 



22,668 15 10 



Salaries and Incidents of Fisheries: — 
Salary of Inspecting Commissioner, 
Travelling expenses, &c., . 

Incidents, 



600 0 0 
279 13 4 
177 14 11 



1,057 8 3 



4. Central Criminal Lunatic Asylum, Dundrum: — 
Alterations, Repairs, Rent, &c., 

Additions — Works under Contract, 

Clerk of Works, &c., . 



5. Royal Dublin Society 

Alterations and Repairs to Buildings in Kildare-street, 
Ditto, Botanic Gardens, Glasnevin, 



6. National Gallery of Ireland : — 
Materials, Repairs, <fec., 
Fitments, Furniture, &c., . 



7. Howth Harbour: — 

Labour, Materials, ifcc., . 

Salary of Engineer, . . . 

Salaries of Harbour Master and Assistant, 
Incidents, . 



8. Dunmore Harbour: — 

Labour, Materials, Ac., 
Salary of Harbour Master, 



Carried forward, 



180 0 0 
11 12 1 



523 4 10 
664 9 1 



321 4 9 
468 11 8 



1,187 13 11 



624 2 4 
68 16 10 
50 0 0 
24 18 9 



15 5 1 
3 6 8 
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APPENDIX TO THIRTY-FOURTH REPORT OF THE [1885-88. 

An Account stowing the Receipt and Expenditure of the Commissioners 




Office of Public World, Dublin, 30 th April, 1866. 



To balance from last Account, 



1. Maintenance of Post Roads : — 

To Advances from Consolidated Fund, 

To Amount received from the following Counties, in repay- 
ment of advances, viz. : 

Co. Donegal, ..... 

„ Fermanagh, ..... 

„ Galway, ..... 

„ Cavan, ..... 



Total Receipts, “ Post Roads,” 



3. Receiver's Accounts foe Loans : — 
Galway Harbour : 

Dues on Shipping and Merchandize, 
Rents, .... 

Sales, .... 



Limerick Harbour : 

Dues on Shipping and Merchandize, 
Rent of Wellesley Bridge, 

Runts an "Tenements, 



Total Receipts, “ Loans Reoeiver,” . 

Carried forward, . 



(A 5.)— MISCELLANEOUS 



£ s. d.\ £ 



s. d. 



29 10 0 
153 6 S 
49 18 7 
44 9 0 



2,327 18 9 
7 10 0 
9 16 3 



277 4 



2,345 5 



3 



0 



8,177 18 0 
400 0 0 
117 13 3 



8,695 11 3 



£ s. d. 
7,715 5 0 



777 4 3 



11,7)40 16 3 



19,533 5 6 
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186S-66.] 

of Public Works, in the Tear ended 3 1st March, 1866 — continued: 



VOTES AND GRANTS — continued. 



expenditure; 

Brought forward, 

9. Convict Prisons : — 

Mouiitjoy (Male)— Repairs, Alterations, die., 

Mountjoy (Female) — 

Works under Contract, . £1,780 15" 1 

Repairs, Alterations, <fcc.,. 619 14 10 



Smithfield— Repairs, Alterations, Rent, <fcc., 

Lusk, Rent, . . . • 

Balance unexpended (Vote, 1864-65), returned to H. I 
Exchequer, ..... 



Balance, 



1,237 1 2 



2,400 9 11 
205 15 8 
3 0 11 



£ s. d. 



3,846 7 8 
72 16 8 



119,040 14 8 



122,959 19 0 
5,023 18 3 



127,983 17 3 



W. B. Soadt, Accountant, 



SERVICES. 



EXPENDITURE. 


£ «. d. 


£ s. d. 


1. Maintenance of Post Roads, <tc. : — 

Amount expended for the Repairs of Roads in the follow- 
ing Comities— 

County Donegal, ..... 

„ Clare, 


149 10 0 
30 14 6 




„ Cavan, ...... 


44 9 0 




„ Dublin, ....*• 


431 2 0 


655 15 6 
247 14 3 


Repaid to H. M. Exchequer, .... 


— 


Total Expenditure, “ Post Roads,” . 


- 


— 


2. Receiver’s Accounts, for Loans : — 

Galway Harbour : 

• Maintenance and Repairs of Works, . . 


453 10 6 




Salaries aud Incidents, ..... 


493 18 5 




Law Costs, . • • 


239 10 4 




Transfer to H. M. Exchequer on account of Interest, 


900 0 0 


2,086 19 3 


Limerick Harbour : 

Maintenance and Repairs of Works, 


1,067 15 8 


Works under Contract — Restoring Sea Wall, 


1,137 12 6 




Salaries ami Incidental Charges, .... 


1,558 18 5 




Sir Thomas Deane, for Interest, . 


188 19 4 




Law Costs and Professional Expenses in connexion with 
Fishery Inquiry, . . • ■ 

Transfer to H. M. Exchequer on account of Interest on 
Loans, ...... 


686 2 1 




4,100 0 0 


8 739 8 0 


Total Expenditure, “ Loans Receiver,” 






Carried forward, 


- 


- 



Printed image digitised by the University of Southampton Library Digitisation Unit 




APPENDIX TO THIRTY-FOURTH REPORT OF THE [I865-6G. 

An Accodnt showing the Receipt and Expenditure of the Commissioners 

(A 5.)— MISCELLANEOUS 



Brought forward, 

3. Inland Navigations : — 

Shannon Navigation : 

Renta, ..... 
Tolls, Wharfage, &c., 

Sale of Materials, .... 
Fines, Hire of Engine, <Ssc., 

Boyne Navigation : 

Tolls, 

Rents, ..... 



1,312 3 11 
1,494 11 7 
17 3 2 I 
5 8 10 



Tyrone Navigation : 
Tolls, Wharfage, &c., 
Rents, 



Maigue Navigation : 
Tolls, 

Ulster Canal : 

Tolls, 

Rents, 

Sale of Materials, . 



Total Receipts, “Inland Navigation,” 



4. Metropolitan Polioe Buildings : — 

Amount received from Commissioners of Police, 

5. Arbitration Accounts : — 

Amount received from the following Railway Companies 
and others, to meet expenses of Arbitration, per Act 14 & 
15 Tic., c. 70, viz.: 

Waterford and Passage Railway Company, 

Dublin, Wicklow, and Wexford do. 

Athenry and Ennis do. 

Dublin Trunk do. 

Enniskillen and Bundoran do. 

Dublin and Antrim do. 

Belfast and Northern do. 

Irish North Western do. 

Great Northern and Western do. 

Dundalk and Greenore do. 

Southern do. 

Belfast and Central do. 

Drogheda Waterworks, . . , 

City of Dublin do. . 

Belfast do. . 

6. Piers and Harbours Aot, 9 Vic., c. 3; and 10 & 11 Vic., c. 75:— 

Issue on account of Grant, pursuant to 10 & 11 Vic., o. 75 
Contributions in aid of Works, viz. : 

Kilkeel Pier — Local Contribution, per Robert Boyd, . 
Carrigaholt— H. P. Hickson, £30, and J. R. Joly, £10, 

7. Matnooth College : — 

Issue on Account of Loan, ... 

8. Phcenix Park : — 

Received for Grazing Rents, . 

Sale of Hides, Olfal, &c., . . . . 

Sale of Trees, .... . . 



1,224 0 0 
40 0 0 



2.264 0 0 

3.264 0 0 
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1865-66.] COMMISSIONERS OF PUBLIC WORKS, IRELAND. 

ef Public Works, in the Year ended 31st March, 1866 — continued. 

SERVICES — continued. 



Brought forward, 

3. Inland Navigations: — 

Shannon Navigation : 

Maintenance and Repairs of Works, &c., . 

Salaries of Superintendents, Toll-Collectors, Wages of Lock- 
Keepers, and Incidental Expenses, . 



Boyne Navigation : 

Maintenance and Repairs of Works, 

Salaries of Superintendent, Collectors, Lock-Keepers, and 
Incidental Expenses, . 

Lumber Float, . . 

Tyrone Navigation : 

Maintenance and Repairs, .... 
Salaries of Superintendent, Collectors, Lock-Keepers, and 
Incidental Expenses, . ... • 

Maigue Navigation : 

Salary of Collector and Incidental Expenses, 

Ulster Canal : 

Maintenance of Works, . 

Salaries of Engineer, Superintendent, Lock-Keepers, and 
Incidental Expenses, . 

Rates, Taxes, &c., ..... 



Total Expenditure, “Inland Navigations,” 



4. Metropolitan Police Buildinos : — 

Amount expended on Additions, Repairs, Maintenance, <5sc., 

5 . Arbitration Accounts : — 

Sundry Railway Companies and others, for Amount paid 
to Valuators, &c., per Act 14 & 15 Vic., c. 70, viz.: 
Dublin, Wicklow, and Wexford Railway Company, 
Enniskillen and Bundoran do. 

Dublin and Antrim do. 

Belfast and Northern do. 

Irish North Western do. 

Great Northern and Western do. 

Newry and Greenore do. 

Ulster do. 

Drogheda Waterworks, .... 
City of Dublin Waterworks, .... 

Amount of Deposits not required, refunded:— 

Rathkeale and Newcastle Railway Company, . 
Londonderry Bridge Commissioners, . . 



6. Piers and Harbours Act, 9 Vic., c. 3 ; & 1 0 and 1 1 Vic., c. 75 : — 
Amount expended on the following Works: 

Howth Harbour, on Works in Progress, 

Kilkeel Pier, Preliminary Expenses and Salaries, 
Carrigaholt Pier, Preliminary Expenses, 



1,152 15 6 
96 6 5 
26 10 4 



7. Matnooth College : — 

Paid Contractors, Ac., . 

S. Phienix Park : — 

Transferred to H. M. Exchequer, 

Paid Lord Palmerston, in lieu of free grazing, 
Paid Rent, Tithe-Rentcharge, &c., 



20,469 6 6 

E 
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APPENDIX TO THIRTY-FOURTH REPORT OF THE [1865-66. 

An Account showing the Receipt and Expenditure of the Commissioners 



(A 5.)— MISCELLANEOUS 



EXPENDITURE. 


£ s. d. 


£ s. d. 


£ s. d. 


Brought forward, 

9. Sundry Drainage Deposit Accounts 

Received on account of Preliminary Inquiry, via. : 

Elphin District, ... ■ i 


\ 


- 


34,033 17 4 
SO 0 0 


10. Sundry Accounts : — 

County Antrim Deposit Account, for Inspection, . 
Dividends received on Stock, .... 

Proceeds of Sale of Stock, . 

Receipts in Suspense, ..... 


i i n 


20 0 0 
187 11 7 
587 6 6 
45 4 1 










£34,923 19 6 



■Office of Public Works, Dublin, 3C )tli April, 18G6. 
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SERV ICES — continued. 



RECEIPT. 


£ s. d. 


£ e. d. 


£ i. d. 


Brought forward, 


- 


- 


26,469 6 6 


9. Sundry Drainage Deposit Accounts : — 








Paid for Preliminary Expenses, including refund of unex- 








pired Balance to the Drainage Board : 








A tli boy District, ..... 


— 


7 7 6 




Ballinacarrig District, ..... 


— 






Sixmilebridgo do. 


— 






Kilraastulla do. 


— 


6 9 0 




Silver River do. ..... 


— 


1 I 0 






— 


4 10 2 




Elphin do. 


— 


97 II 5 




Connell do. . 




21 16 1 


189 3 10 








10. Sundry Accounts 








Co. Antrim Deposit Account paid for Inspection, . 


— 


3 12 11 




Dividends on Stock paid to Sundry Parties, 


— 


187 11 7 




Paid J. E. Devlin proceed of Sale of Stock, 


— 


687 6 6 




Receipts in Suspense allocated, . . . 

House of Industry Hospital, paid Governors to meetExpcn- 




57 14 6 




diture on Contract Works, .... 




750 0 0 


1,586 5 6 














28,244 15 10 


Balauoe, carried to next account, 


— 




6,679 3 8 








£34,923 19 6 



W. B. Soady, Accountant. 



E 2 
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36 APPENDIX TO THIRTY-FOURTH REPORT OF THE [1865-66. 

(A 6.) — Abstract of Loans made by the Commissioners of Public Works, under the Provisions of Act 
1 & 2 Wm. IV., cap. 33, and subsequent Acts, classified under Counties and other general heads, 
and showing the Total Issues and Repayments to the 3 1st March, 1866. 



COUNTY, &c. 


PURPOSE OF 


Total issued. 


REPAYMENTS. 




I Balance of 




LOAN. 


Principal. 


Interest. 


Remitted. 


Principal, 

•‘list March, 1800. 






£ s. 


d 


£ 


5 . 


d 


£ s. 


d 


£ S. d 


£ t. 


d. 


Antrim County, j 


For making and ) 
improving roads, >■ 
court-houses, &c. ) 


157,783 18 




157,366 10 




19,008 19 


1C 


- 


416 8 


4 


Armagh County, . 


Ditto, 


2,507 10 




2,507 10 




564 19 10 


— 


__ 




Carlow County, . 


Ditto, 


5,650 0 


0 


5,650 


0 




592 5 




— 






Carrickfergus, 1 
(County of the > 
Town,) J 


Ditto, 


4,443 10 


0 


4,443 


10 


0 


689 0 




- 


- 




Cavan County, 


Ditto, 


36,953 8 


0 


36,635 16 


8 


6,072 12 


3 


_ 


317 11 


4 


Clare County, 


Ditto, 


17,779 11 


8 


17,779 


11 




1,924 6 


8 


— 







Cork County, 


Ditto, 


4,451 15 


10 


4,451 


15 


10 


338 7 


11 


_ 


_ 




Cork, County of) 
the City, I 


Ditto, 


1,500 0 


0 


1,500 


0 


0 


271 11 


8 


— 


— 




Donegal County, . 


Ditto, 


17,557 5 


0 


17,557 


5 


0 


1,851 7 


9 


_ 







Down County, 


Ditto, 


13,731 17 


6 


13,321 


15 


1 


864 2 


0 


_ 


410 2 


5 


Dublin City, 


Ditto, 


1,211 6 


8 


1,211 


6 


8 


42 11 


11 


_ 







Dublin County, . 


Ditto, 


5,538 11 


1 


5,538 


11 


1 


672 4 


1 


_ 







Fermanagh County, 


Ditto, 


5,050 0 


0 


5,050 


0 


0 


900 14 


1 


_ 







Galway County, . 


Ditto, 


31,015 7 


8 


31,015 


7 


8 


1,633 7 


11 


_ 







Galway Town, 


Ditto, 


3,330 0 


0 


2,017 


18 


1 


358 10 


6 


_ 


1,312 1 11 


Kerry County, 


Ditto, 


76,094 9 


6 


76,094 


9 


G 


8,966 8 


1 


_ 


_ 




Kildare County, . 


Ditto, 


6,602 10 


0 


6,602 


10 


0 


1,407 3 


6 


_ 







Kilkenny County, 


Ditto, 


29,350 0 


• 


29,350 


0 


0 


3,238 9 


4 


_ 







King’s County, 


Ditto, 


6,438 17 


3 


6,438 17 


3 


1,011 0 11 


_ 







Leitrim County, . 


Ditto, 


7,650 0 


0 


7,650 


0 


0 


1,233 2 


4 


_ 







Limerick City, 


Ditto, 


3,931 8 


8 


3,931 


8 


8 


887 1 


5 


_ 


_ 




Limerick County, . 


Ditto, 


13,018 18 


9 


13,018 18 


9 


2,636 16 


1 










Londonderry Co. . 


Ditto, 


1,250 0 


0 


1,250 


0 


0 


304 10 


9 





_ 




Longford County, . 


Ditto, 


4,400 1 


4 


4,400 


1 


4 


920 8 


8 





_ 




Lonth County, 


Ditto, 


9,550 0 


0 


9,550 


0 


0 


1,377 16 


3 


_ 







Mayo County, 


Ditto, 


12,438 0 


0 


12,438 


0 


0 


1,414 5 


3 


_ 







Meath County, . 


Ditto, 


2,347 18 


2 


2,347 


18 


2 


547 19 


7 


_ 


_ 




Queen’s County, . 


Ditfo, 


7,663 0 


0 


7,663 


0 


0 


605 0 


2 


_ 


_ 




Roscommon Co., . 


Ditto, 


19,784 0 


0 


19,784 


0 


0 


1,316 11 


9 


_ 







Sligo County, 


Ditto, 


8,306 6 


9 


8,306 


6 


9 


1,152 6 


6 


_ 







Tipperary County j 

1 


Ditto, 


9,959 5 llj 


9,959 


5 11 


760 0 


1 




- 
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(A 6.)— Abstract of Loans made by tbe Commissioners of Public Works, under the Provisions of Act 
1 & 2 Wm. IV., cap. 33, and subsequent Acts, classified under Counties and other general heads, 
and showing the Total Issues and Repayments to the 31st March, 1866— continued. 



Tyrone County, 

Waterford County, 
Waterford City, . 
Wexford County, . 
Wicklow County, . 
Westmeath County, 



SundryHarbours, 
Docks, ifcc., 



Inland Naviga- 
tion, 



Publio Buildings, 
Railways, 



For making and I 
improving roads, > 
court-houses, ike. ) 

Ditto, 

Ditto, 

Ditto, 

Ditto, 

Ditto, 

Totals, 

For Roads, 
Bridges, <fcc.. 



In aid of c( 
struction, 



'• { 



Miscellaneous, 



Ecclesiastical 

Commissioners, 



Piers ifc Harbours, 
Exchequer Bills iss| 

Relief Works, 

River Drainage, 

Do. 

•Maynooth Col- 



Improving 1 
Works, <fec., j 

Erection and 
completion of 
Works, &c., 

In aid of con- 
struction, itc., 

In aid of Sundry | 
Works, f 

Pursuant to 6&7 1 
Wm. 4, c. 108, J 

Act 9 Vic., c. 3, 
and 10 and 11 
Vic., c. 75, 



Act 9 Vic., c. 1, 

Act5ife6Vic.,c.8£ 
Act26«fc27 Vic., ' 
c. 88 ; Act 28 



Total issued. 


REPAYMENTS. 


Remitted. 


Balance of 
Principal, 
31st March, 1886. 


Principal. 


Interest. 


£ s. d. 


£ s. d. 


£ s. d. 


£ s. d. 


£ f. d . 


2,300 0 0 


2,300 0 0 


370 4 3 


- 




2,248 14 0 


2,248 14 0 


122 10 0 


- 


- 


1,550 0 0 


1,550 0 0 


75 7 5 


- 


- 


51,155 11 0 


51,155 11 0 


6,372 17 10 


- 


- 


7,558 1 10 


7,558 1 10 


1,504 2 11 


- 


- 


1,065 1 8 


1,065 1 8 


222 12 1 


- 




593,165 7 8 


590,709 3 8 


72,231 17 5 


- 


2,456 4 0 


43,700 0 0 


30,878 8 1 


15,536 10 1 


2,971 11 11 


9,850 0 0 


189,150 0 0 


44,899 18 9 


111,990 7 0 


- 


144,250 1 3 


69,950 0 0 


14,403 1 3 


36,862 7 0 


- 


55,546 18 9 


35,000 0 0 


32,596 2 1 


6,822 14 2 


1,359 9 9 


1,044 8 2 


157,200 0 0 


157,200 0 0 


73,764 16 7 


- 


- 


14,550 0 0 


14,550 0 0 


3,043 4 8 


- 


- 


[ 100,000 0 0 


100,000 0 0 


43,453 11 1 


- 


- 


j. 37,474 11 0 


34,558 10 7 


1,037 8 10 


0 0 7 


2,915 19 10 


j. 3,700 0 0 


3,700 0 0 


361 14 7 


- 


- - 


£ 1,243,889 18 £ 


1,023,495 4 5 


365,103 11 5 


4,331 2 3 


216,063 12 0 


226,349 19 11 


69,671 18 1 


. 18,666 3 2 


156, 67S 1 1( 


- 




1,476,936 17 1 






l, 2,075,893 17 i 


i 1,017,647 13 11 


1,190,560 13 ! 


^ | Repay ible by »»y 


J. 6,500 0 ( 










|. 18,000 0 ( 


) 1,825 11 10 


- 


Do. 


£ 3,570,633 16 


3 2,496,410 2 10 


1,351,569 17 


2 



• This Loan is to be repaid as an Annuity, by tbe sum of £26,740 for Principal and Interest. 



Office of Public Works, Dublin, 30 th April, 1866. 



W. B. Soady, Accountant. 



Printed image digitised by the University of Southampton Library Digitisation Unit 




38 APPENDIX TO THIRTY-FOURTH REPORT OF THE [1865-66. 

(A. 7.) — A Statement of the Loans made by the Commissioners of Public Works in Ireland, showing 

outstanding on the 



6,70 , 
10,80,108 
20, 120, 



1G33 

1024 

1837 

1038 

1041 



NAME OF PARTY-. 



PURPOSE OF LOAN. 



Act 1 <5 2 Wm. IV., c. 33. 



Galway Dock Commissioners, . 
Newry Navigation Company, . 
Ardglass Harbour Commissioners, 
Athlnnkard Bridge Commissioners, 
Ulster Canal Company, . 



Act 0 <6 7 Vic., c. 44. 

Sundry Piers, . 

Newry Navigation Company, 
Limerick Bridge Commissioners, 
Steevcns’s Hospital, 

Rev. Thomas Barry, 

Rev. James Doheny, 

Rev. Joseph Sheahan, 

County Antrim, 

County Down, 

County Cavan, 

Galway Town , . 

Ditto, 

. Ditto, 

Maynooth College, 

Kilnostulla Drainage Board, 
Six-mile-hride Drainage Board, 
Atliboy River Drainage Board, 



Constructing Docks and Harbour, 
Improving Works and Extension of Canal, 
Completing Works of Harbour, . 
Completing Works of Bridge, 

Completion of Works, 



In aid of Construction, . , , 

Extension of Canal, .... 
Construction of Floating Docks, . 
Erecting an Anatomical School, . 
Roman Catholic Chapel at Bantry, 
Roman Catholic Chapel at Dunmnnway, 
Roman Catholic Chapel at Kilmacabea, 

Bridge at Ormeau 

Ditto, 

Road, Killyshandrn to Ballinngh, 
Repairing Road, Galway to Huadford, 
Ditto, Gnlway to Fuirhill, . 

_ Ditto, Galway to Salthill, 

Additions and Improvements, 



4,390 10 
20,000 0 
54,0110 0 



1,834 0 0 
2,4«7 14 11 
420 10 4 
030 12 9 



1,870 10 
320 3 



Office of Public Works, Lublin, ZOth April, IbGG. 



(A. 8 .)— A Statement of Outstanding Loans made by tho late “ Commissioners for the Issue of Loans 
Amount of Principal and Interest duo upon each on the 31st -March, 1365, the Interest 



No. of 


NAME OF PARTY. 


PURPOSE OF LOAN. 


BALANCES 

outstanding 31st March, 1805. 
Principal. | Interest. 










£ «. d. 


£ s. d. 




4,24,53 


County Meath, 


Navan Turnpike Road, 


6,000 0 0 


88 1 4 




28 l 


Commissioners of Wide Streets, 


to improve Cork City, 


13,700 0 0 


15,168 6 7 




40*52- 


County Mayo, 


Court-Houses atCastlebar &Ballinrobe, 


225 6 5 


231 6 3 




43, 952- 


County Kilkenny, 


Causeway, Thomastown, and Castle- 












connor Road, 


208 18 7 


101 1 11 




87 


Galway Town, 


Portico for Court-House, 


0 18 2 


0* 1 4 




61 


Commissioners for Wellesley Brii 


ge across the Shannon, 


55,384 12 4 


4,436 17 4 






it, H. Maunsell, . . | yanal at Flossy, County Limerick, . 


912 19 10 


758 5 6 




106 


Commissioners for a Bridge across the Shannon at Athlnnkard, 


6,000 0 Q 


7,929 6 3 




139 


Commissioners for a Bridge at. Yonghal, .... 


10,000 0 0 


10,685 9 2 








Total, 


92,432 15 4 


39,398 15 8 





Office of Public Works, Lublin, 3 Qlh April , 1866. 
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tho Balances on tlio 31st March, 1865, the Issues and Repayments within the year, and the Balances 
31 st March, 1866. ' 



Amount Interest 

issued within charged within 
the Year. the Year. 



REPAYMENTS. 


Principal. 


Interest. 


£ s. d. 


£ s. d. 


“ 


4,100 0 0 


_ 


900 0 0 


- 


955 5 8 


I 


355 0 0 




0,310 5 8 


1,483 16 4 


22 16 0 


- 


800 0 0 


200 0 0 


7 9 7 


30 0 0 


- 


40 0 0 


_ 


1,418 0 8 


69 6 4 


2,077 12 0 


143 14 9 


108 19 0 


19 1 0 


200 18 7 


28 3 3 


99 19 10 


16 0 2 


71 17 1 


33 2 11 


883 1 10 


I 


6,020 5 10 


1,139 14 0 . 


7,750 


10 10 



C,0-')0 0 0 7,530 2 1 3 

0.S50 0 0 4,400 9 5 18 

10,000 0 0 10,033 13 11 212 



2,015 19 10 
20.000 0 0 

54,000 0 0 39,140 3 6 



This Loan, amounting to 
£18,000, is repaying on 
the principle of an An- 
nuity, by the sum of 
£25,740. Total repay- 
ments to Slat March, 
1800, £1,825 Us. 10 d. 



W. B. Soady, Accountant. 



out of the Consolidated Fond,” pursuant to the Act 57 Geo.- III., c. 33, and subsequent Acts ; showing the 
since accrued, the Repayments, and the Balances outstanding on 31st March, 1866. 





— 







— 






Interest 




REPAYMENTS. 




outstanding 31st March, I860. . 








Principal. 


Interest. 


Principal. 


Interest. j 


£ s. 


d. 


£ s. d. 


£ s. 


d. 


£ s. d. 


£ s. 


d. 


180 0 


0 


— 


ISO 0 


2 


6,0t0 0 0 


88 1 


2 4 


_ 




_ 


— 




13,700 0 0 


15,168 6 


7 J 


_ 







— 




225 6 5 


231 6 


3 












208 18 7 


101 1 


11 






0 18 2 


*0 1 


4 


— 


— 




2,215 8 











55,334 12 4 


6,652 5 













912 19 10 


758 5 




i i 




— 


— 




6,000 0 0 

10,000 0 0 


7,929 6 
10,685 9 


3 


2,395 8 


0 


0 18 2 


180 1 


6 


92,431 17 2 


41,614 2 


2 



W. B. Soady, Accountant. 
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APPENDIX B. 

Landed Property Improvement. — Inspectors’ Annual Reports, 18G5-66. 



As to information on tlie best manner of executing 
improvements, this year adds but little to former ex- 
eriences. Some extensive works of thorough drainage 
ave been carried out in the county Antrim, on the 
property of Mr. Hugh Lecky, iu a very satisfactory 
manner, though the drains were only made 3i feet 
deep. This shallowness was in a great measure caused 
by the proximity of underlying rock, thereby rendering 
further sinking expensive. In the same county, drains 
of a similar depth, and at closer intervals, were made 
on Mr. Greg’s property, and the reason given was the 
great cost of sinking through a bed of boulder stones 
•which lay at that depth. The work has been very 
satisfactory. 

In the county of Meath extensive works have been 
executed — no drains under four feet in depth j— and on 
a portion of Mr. Osborne’s estate the drains have been 
made 4-£ feet deep with very good effect. On Mr. 
Rotheram’s property, in same county, drains have been 
made from 4 to 5 feet deep, and on Mr. Brennan’s pro- 
perty, in the county Dublin, drains made about 5 feet 
deep, some nearly 6 feet in depth, and at wide inter- 
vals, have perfectly dried the lands; these drains cut- 
ting well into the underlying rock (calp). Works some- 
thing similar were executed by Mr. Bellingham, in the 
county Kildare, and noticed in a former report. The 
cost of labour has beeu on the increase during tho past 
year, and labourers were more difficult to obtain towards 
its latter end than at the commencement. 

W. F. InwiN. 



Counties of Fermanagh, Cavan, Leitrim, and portions of 
the adjoining Counties of Tyrone, Sligo, Donegal, 
Derry, dec. 

In the above district of the north-west of Ireland 
works of drainage and land improvement, and buildings 
connected with agriculture, havo been carried on by 
some of the proprietors named in my report for tho 
preceding year, but not many new works havo beeu 
started. 

In Fermanagh, Captain Arohdall’s and Mr. D’Arcy 
Irvine’s,^ the Rev. C. Stack’s, Sir Yiotor Brooke's, Mr. 
Capel St. George’s drainage works have .progressed 
slowly; and Major Irvine has applied for a new loan. 
In Cavan a portion of the Marquess of Headfort’s drain- 
age was finished, and Mr. Mervyn Pratt’s is the only 
new loan in progress. In Leitrim Colonel Whyte, Mr. 
H. L. Montgomery, Mr. O'Brien, Mr. Jones, and Mr. 
Wilkins, have proceeded slowly with their drainage 
and other land improvement works, and Mr. C. ft. 
Peyton has closed his accounts with the Board. 

In Sligo Mr. Brinkley and Mr. Wingfield Stratford 
have put up some farm buildings, and Mr. Brinkley one 
flax scutch mill. In Tyrone Captain M'Clintock has 
continued some very good drainage as quickly as land 
fell into his own occupation, and two small landholders, 
Messrs. M'Crea and Scott, have closed their accounts. 

In Donegal Mr. Foster has obtained a small loan, 
and Mr. M'Curdy Greer a small loan in Derry. 

It will be seen by the above list that there has been 
very little animation in land improvement undertakings 
through the north-west of Ireland during the last year. 
The causes usually assigned for so little use being made 
of the Land Improvement Funds, are the comparative 
arcity of able-bodied labourers, owing to the emigra- 
>n, and the higher rate of wages demanded, as well 
the feeling that it is not worth while to drain farms 



for the ordinary class of tenants, who are not likely to 
treat the land after it is drained in such a way as to 
get a full return for tho outlay, and who, consequently 
do not like to pay tho annual rcutchargc. Those pro- 
prietors who have used the money for land in their 
own occupation arc generally extremely well plcasod 
with tho results; and very lately I was told by Mr. 
0 Brien, of the comity Leitrim, that liis last piece of 
thorough dminngo had so much improved a grass farm 
in his own occupation, even without breaking it up, 
that ho was satisfied with the result of the outlay. 

As the first Land Improvement Act of 1847 directed 
the Inspectors to ascertain always whether labourers 
were paid in cash, it may be proper here to remark 
that money payments, which were then by no means 
certain (in the west and north particularly), are now 
quite general, the knowledge of task work is much 
more widely diffused, and tlie conduct of labourers is 
almost always orderly and quiet. The rate of daily 
wages in these counties for ordinary permanent farm 
labourers is usually from ten pence to a shilling per 
day, exclusive of harvest time; but drainage work is 
generally set by task. Considering that rents have 
been particularly well paiil this last year, and that so 
many items of farm produce have sold well, and poultry 
and blitter have brought higher prices than in any year 
since the passing of tho Acts, it would seem difficult to 
account for so few proprietors taking advantage of the 
Government loans last year; but as it is said that there 
will now be a desire for more tillage than formerly, owing 
to the fear of the cattle disease interfering with grass 
farms, it is probable more applications for loans for 
building and other improvements may be made. It 
may not be out of place hero to quote, with respect to 
the advantages of land improvement loans, a passage 
from a recent work by Professor Fawcett, M.P. He 
alludes to land improvement loans, obtained in England, 
from companies, in addition to tlie limited amount ad- 
vanced by Government; and his explanation of tho 
principle of such reproductive outlay is so succinct and 
clear that I conceive it might promote tho purposes of 
tho Acts to circulate it hero : — 

“By u recent Act of Parliament tlie owner of even a life interest 
in landed property is enabled to borrow money to be spent in drain- 
age, or other permanent improvements, such as the construction of 
bettor farm buildings. The company or society who lends the 
money is guaranteed repayment by a rcntchargc upon tho laud for 
a certain number of years. 

“This rentchargo at tho present time is usually GJ per cent, of 
the money lent to be annually paid for twenty-two years. Tlie 
tenants who receive the first immediate advantages of these im- 
provements gladly allow this rcntcliarge to be added to tlie rents 
which they previously paid. And in this manner their rents are 
composed of two portions, one of which is paid for the use of the 
land, and the other is paid as a return to the capital which has been 
expended in improvements. 

“ A nobleman whose family havo long been embarrassed, and 
whose estates have been consequently much neglected, lias in this 
manner, within the last few years, spent. £70,000 in improving liis 
estates. The whole of this sum has been borrowed upon the con- 
ditions above described. The advantages which have resulted from 
the expenditure havo been so great and so immediate that the 
tenants can afford to have their rents increased by a much greater 
amount than the rentcharge of 6J per cent, guaranteed to the 
company which has lent the money. 

“Tho landlord, therefore, does not, oven in the first instance, in- 
cur any pecuniary sacrifice for these improvements, but, on tlie 
contrary, bo at once obtains an increase of rent, and after the 
twenty-two years have elapsed he is able to appropriate to himself 
the entire benefit which arises from tho improvement in liis laud." 

I should observe that the annual rentcharge* for 
money thus borrowed in England is somewhat higher 
than the rate quoted in the above interesting extract. 

Wm. P. Pres dekg ast. 



• Tho rentchargo to repay money borrowed in England is about 0} per cent, for 25 year3 ; Gi per cent for 22 years, to repay principal 
and interest, is tlie rentchargo in Ireland under the Land Improvement Acts. 
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Counties of Carlow and Queen’s. 

Asbfield Hall, Carlow, 

January 8, 1866. 

I liave reported on seven new loans obtained during 
the year 1865, and on thirteen loans previously sanc- 
tioned under the Land Improvement Acts. The 
proprietors are having works well and expeditiously 
carried out generally. In only three cases have pro- 
prietors erected labourers’ dwellings, and in one, farm 
buildings, in my district, during the past year, viz., the 
Earl of Portarlingtou, H. Bruen, esq., M.r., and P. J. 
Newton, esq. 

The expenditure on lands under the provisions of 
this Act, in levelling crooked fences, making new, and 
in thorough drainage, has greatly improved the lands 
operated upon in respect to their productive state, and 
also their general appearance. In every instance the 
owners and occupiers express themselves highly satis- 
fied with the results attained, and with the manner in 
which all arrangements regarding those loans have been 
carried out. 

There still remain, in this district, many thousand 
acres which require drainage, fencing, &c., which, if 
judiciously planned and executed, would make a return 
of at least 10 per cent, on the cost; it is to be hoped 
that proprietors will avail themselves more extensively 
of the provisions of the Landed Property Improvement 
Acts, after the arterial drainages in progress afford 
greater facilities for thorough drainage. 

J. Fishbourne. 



County Longford, and part of Westmeath. 

Newtown Bond, E lgeworthstown, 
January S, 1866. 

I beg leave to acknowledge the receipt of your letter 
of the 5th instant, requesting me to furnish, with as 
little delay as possible, my report on the working of 
the Land Improvement for the year 1865, and hasten 
to comply with it. 

During the year 1865, no new applications for loans 
have been made in this district, under the Land Im- 
provement Acts, but several of the old loans have been 
expended, and the works completed, or nearly so. On 
the property of the Honorable L. H. King Harman, all 
the instalments are expended on most valuable improve- 
ments, and I understand that it is his intention to apply 
for a further loan to improve other portions of his ex- 
tensive estates in this county. 1 can report that the 
works on his property are extremely well executed, 
and have a most beneficial effect. On the properties 
of the Rev. Essex Edgeworth, the last instillment has 
been obtained and nearly expended ; and on the pro- 
perty of James Tyrrell, esq., the works are making 
considerable progress, and so far are very well executed. 
On the other properties for which loans were made, the 
works are progressing satisfactorily ; however, some 
delay has been caused in certain districts by the want 
of labourers. 

On the properties of the Earl of Longford and Lord 
Talbot de Malahide, in the county of Westmeath, the 
works when I inspected them were progressing most 
favourably, and in carrying out the thorough drainage 
under “The Land Improvement Act,” the deep system 
has (in all cases where practicable) been adopted, and 
I am of opinion with most favourable results. 

In “farm buildings” a large square of offices has been 
erected by Colonel Oreville, m.p., at Clonhugh, and the 
work is very well executed. 

New loans were obtained by the Earl of Longford 
for a range of offices at Ashfield, and by Captain 
Douglass at Lismore, and the works are nearly com- 
pleted- 

As no new loans had been applied for except for 
“farm buildings,” in the year 1805, 1 cun only mention 
what I slated in former reports, that the works in this 
district, under the “ Land Improvement Acts,” have 
been very well executed, and have given very general 
satisfaction. 

IIkkry M. Bond. 



County of Tipperary. Appendix B. 

• Riverston, Nenagh, Landed 

January 15, 1866. T»P«'V I»- 

t i - , . ' / provement. 

I have the honour to submit the following as my 

report on the working of the Land Improvement Act Inspectors’ 
for the past year, in the district in which I have been ^ mma ' 
engaged since December, 1846. eports. 

Though the number of cases in which I have made 
preliminary inspections for loaus, is somewhat less than 
it had been in 1864, still they were important, as the 
applications proceeded in some instances from parties 
who had obtained loans in former y.ears, showing that 
the proprietors appreciated the benefits conferred by the 
Act, ami were satisfied with the improvements effected 
by them under it. 

The progress inspections made, were in many cases 
approaching the completion of drainage works. I have 
had rather a larger number of farm buildings to examine, 
but only one case lias been sent to me to inspect and 
report on labourers’ cottages erected. 

In all the cases above enumerated I have found the 
works very fairly executed, no attempt (as had in 
former years been made) to hurry over the works in a 
careless manner. 

In going through the district, I make it a rule to 
examine, whenever within reasonable distance, the 
lands which had been thorough drained in former years ; 
and I have much pleasure in stating the great improve- 
ment perceptible in the lands, and also that the drains 
are working efficiently. I have not found the “ stone- 
laid drains” inoperative in any instance, the tile drainage 
has also done well ; but though stones are generally 
more expensive, I much prefer using them. 

I think the difficulty of getting labourers may have 
prevented, in some cases, applications for loans for 
drainage. In one case in which I inspected in the 
county of Kilkenny, not far from the borders of this 
and of the Queen’s County, the works had been suspended 
from want of labourers in that district, which was 
chiefly in pasturage j there were not any places conve- 
nient for labourers to lodge themselves. The same 
applies pretty nearly to a case in the county Clare, 
which came under my notice within the last month. 

I have referred more than once in my annual report 
to the necessity of arterial drainage, in small districts ; 
several such within a circuit of twenty-five or thirty 
miles, would derive great benefit from a not very large 
outlay. I am glad to find one project Las been com- 
menced, namely, the “ Kilmastulla drainage district,” 
and I learn that others in this vicinity are likely to be 
brought forward at no distant period, under considera- 
tion of the proprietors interested. 

James Jocelyn Poe. 



Counties of Roscommon, Mayo, and Sligo, and part of 
Galway. 

Raheen, Elphin, 

January 12, 1866. 

In reply to letter of the 5th instant, asking for the 
annual report on the working of the Land Improvement 
Act during 18G5, I beg leave to state that although 
I had not the honour of being appointed inspector for 
this district until the greater portion of the past year 
had elapsed, I have nevertheless been most fortunate 
iu having had several opportunities of viewing most of 
the excellent and valuable works both completed and 
in progress which owe their existence to the facilities 
which this Act affords to the enterprising proprietors 
of the above-named counties. 

In most of the cases which have as yet come under 
my notice, the works consisted chiefly of thorough and 
open main drainage, often advantageously combined 
with farm fences ; aud although the scarcity of work- 
men in the district, aud the consequent necessity of 
having recourse to high-priced labour is rather on the 
increase than otherwiso, the improvements in every 
iustanco manifest a sternly and satisfactory progress ; 
and I have, moreovcv, reason to believe that the total 

F 
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number of loans applied for, presents a considerable 
increase when compared with that of preceding years. 

The principal number of proprietors whose works 
are carried on under loans from the Board, are residents 
of the county Roscommon, and their several improve- 
ments, which are chiefly situated in the same county, 
are without exception examples of well applied capital, 
and are and have been in every instance productive of 
the most beneficial and satisfactory results. Amongst 
them may be mentioned the extensive and valuable 
drainage works of Mr. P. Hugh O’Connor, of Dunder- 
mot, which arc situated in the barony of Ballymoe, and 
constitute the almost total reclamation and improve- 
ment of two townlands. This enterprising gentleman 
has already expended considerably over £1,000, and is 
now about to apply for a further loan of .£$00 to be 
likewise expended upon the same extensive estate. 

I could not help remarking upon the occasions of my 
visits to Dundermot, that even in this case alone much 
greater facilities would be afforded for thorough drain- 
age, and even great benefit conferred on the surround- 
ing districts by the proposed improvement of the river 
Suck and its tributaries, which now, after any heavy 
fall of rain, invariably overflow their banks and flood 
large traces of the adjoining lands. 

Besides the above mentioned improvements of Mr. 
O’Connor, there are also several other extensive and 
equally well executed drainage works to be met with 
in the same barony, as, for instance, those of Lady 
Jane Johnson, Mr. Janies J. Madden, Mr. Janies 
Glancy, and those of Mr. William Murphy, Mr. John 
R. French, and the Right Honorable Lord Oc Freyne in 
the barony of Castlorea, besides also some considerable 
and well executed works of the same description lately 
completed on the estates of Mr. T. U. Wills Sandford. 
In the barony of Ballintubber north, some extensive 
and useful drainage and general improving has been 
commenced by Mr. John W. Flanagan, on a portion of 
his Knockhail property, lately vacated by emigrating 
tenants ; while in the same barony and in the vicinity 
of the town of Roosky, some very excellent and remu- 
nerative improvements, consisting of open main drainage 
ami general reclamation of bog, have been well and 
spiritedly commenced by Mr. W. R. Tredennick. Of 
tliese works I have no hesitation in saying that they 
will prove most reproductive to the landlord, and 
greatly increase the resources of the inhabitants of this 
poor district by rendering fit for tillage some valuable 
moory soil, heretofore lying useless from the effects of 
flood. 

In the barony of Roscommon some very good thorough 
drainage and fencing have been completed on the estate 
of Mr. Christopher t reucli, while a mill for the scutching 
of flax baa lately been erected by the same proprietor, 
and is now not only constantly employed, but gives 
general satisfaction to both the owner and the inhabi- 
tants of the surrounding parishes. 

In the county of Mayo there are not at present any 
very extensive works in progress under loans from the 
Board ; however some very nice and well executed 
drafnago together with farm fencing and general im- 
provement of pasture land is being carried out on the 
estate of Captain Lewis Gore Jones, which is situated 
close to the important town of Ballina, while the 
Reverend William Palmer lias undertaken some most 
valuable and extensive improvements by building 
labourers’ dwellings and reclaiming a vast tract of 
moor or bog land, which was heretofore only valuable 
for the shooting which it afforded. 

lu Sligo there are several well executed pieces of 
work, principally drainage, being carried on by the 
enterprising proprietors of that county. In the 
barony of Tireragb, for instance, are to be found the 
valuable and effective improvements of Sir Malby 
Crofton, hart., as also those of Mr. Tottenham, on whose 
estate we likewise find some well built and carefully 
planned farm buildings, which, from their convenient 
position, &c., arid much to the actual value of the 
estate. The small though at the same time well exe- 
cuted works of Captain Lewis Gore Jones, of Dromore 
"West, are deserving of both attention and commenda- 
tion. Tliese works, which consist of thorough drainage 



and farm fences, have been bnt lately completed, and 
really reflect much credit on the proprietor’s evident 
taste and sound judgment, which have also displayed 
themselves in the several well executed improvements 
which make his residence one of the nicest of its kind 
of which the county can boast. 

Richard I. G. Irwix. 



Western Division of the County of Galway. 

Galway, January 12, 1866. 

The works carried out in the western division of the 
county of Galway, under the provisions of the above 
Acts for the improvement of landed property, though 
limited in extent, have been satisfactorily executed, and 
the proprietors in every instance have expressed them- 
selves pleased with the results, and satisfied at the faci- 
lities afforded them in carrying out the improvements. 

No new works for the improvement of land have been 
commenced in this district during the past year : but 
Mr. J. W. H. Lambert, of Aggard, Mrs. M. Blake, of 
Dartfield, and Mr. John Blakeney, of Abbert, have made 
considerable progress with the improvements previously 
undertaken, and in several other cases of smaller extent 
works have been completed. 

An example of the satisfactory result of these works 
has been afforded in the improvements carried out by 
Mr. Blakeney on his Castle Blakeney property. On 
this estate 277 statute acres, which had been let at a 
rent of £92 10s. per annum were drained at a cost of 
£777, and immediately on the completion of the works 
were re-let at a yearly rent of £171 10s., thus realizing 
at once a profit rent of upwards of 10 per cent, on the 
outlay. 

Farm offices have been executed by Mr. Martin 
O’Flaherty on liis property at Lydecan, by Mr. John 
A. Daly at Raford, and by Mr. Browne at Brownesgrove. 

The offices are of limited extent, the total cost not 
exceeding £1,250 ; but they have been executed in a 
satisfactory manner. 

Samuel U. Roberts. 



County of Limerick and part of Cork. 

Ballyneale, Ballingarry, April 2, 1868. 

Complying with your desire that 1 should furnish a 
report on the working of the Land Improvement Act 
within my district for the past year, I beg to say that I 
have but little to add to those of the preceding years. 

In most of the cases in which 1 have made inspections, 
I have been able to make satisfactory reports, and to 
recommend the issue of fresh instalments, either to com- 
plete or continue the works. 

Since my last yearly report I have also prepared pre- 
liminary plans, specifications, and estimates to accom- 
pany memorials for loans in eight eases. 

For those latter, or new works, the aggregate amount 
of estimates exceed £17,000, and whether such expen- 
diture be sanctioned or made. I can entertain no doubt 
of the usefulness and reproductive character of the im- 
provements which 1 have recommended ; neither can it 
be said that works of the same nature, where already 
properly executed, have failed to prove abundantly so ; 
and they ought, therefore, to presentan ample incentive 
to a much larger increase of such improvements than 
has been experienced of late years. 

I continue to have increased confidence in the system 
of deep drainage, as advocated by the Board, notwith- 
standing the prejudice which still pervades the opinions 
of many persons, who will not be convinced of its supe- 
riority over the old shallow system. 

I beg to transcribe an extract from a letter received 
a few days since from Mr. Vaudeleur, Ballinamuna, in 
this county. He has expended a loan in building some 
very useful farm offices, and writes — 

« I conceive that the Acts for facilitating the improvement of 
landed property in Ireland most beneHcial, and my only surprise* 
that landed proprietors, and tenants who have long leases, do not 
mrre largely avail themselves of the means of improving their 
farms, by erecting suitable homesteads and draining their Lnda 
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“ 1 think myself that if the repayments were extended to a longer 
period than 22 years, it would be an inducement to many to take 
advantage of this loan fund. 

“ I cannot close my letter without thanking yon for your attention 
during the erection of my farm buildings, and the many useful 
hints you gave me.” 

I every where observe the absence of labourers’ dwell- 
ings lit for the accommodation of that class, and I can- 
not withhold an expression of regret at there being so 
few instances of any effort to improve their social con- 
dition in that respect. 

John Oox. 



County of Kerry. 

Tralee, January 15, 1S66. 

Pursue, nt to instructions I have to report to you on 
the general working of the Land Improvement Act in 
this county during the year ending 3 1st December, 186-5. 

I find progress inspections have been made on twenty- 
two occasions for eighteen borrowers, and the estimates 
of work done amounts to only £3,166 3s. 2d., according 
to my memoranda. 



This is but a very small result from so great a boon Appendix B. 
to the country as this Act affords to the proprietors ; — — 

and where the rental reaches very near to £400,000 a p'^v^'L Tm _ 
year, we have notone percent, laid out under the loans, provement. 

So small an investment in improvement shows either 

a most culpable neglect and apathy, on the part of Inspectors* 

those proprietors, or a defect in the law, or perhaps 

both. 

The difficulty of getting cheap labour, or a fair day’s 
work for a. fair day’s wages, is always on the increase, 
and therefore it is hardly any wonder that the disincli- 
nation to improve the land is increasing also. Several 
of the loans now outstanding will on this account be 
closed before the fourth instalment is taken, or no more 
than sixty per cent, of them will be expended. 

Those works executed Last year have been all most 
satisfactory except where the}' have been executed by 
contract with the tenants, the cost has exceeded the esti- 
mate, but the improvements effected have shown every- 
thing that could bo wished for as encouragement to 
their extension for profit. 

Heney Stokes. 



F 2 
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APPENDIX C. 



Landed^ 
Property Im- 
provement 



Landed Property Improvement Acts, 10th Vic., chap. 32, &c. 

Schedule — Showing the Loans in progress, the Amount sanctioned and issued by Instalments 
with the Date of the last Order to Issue, to 31st March, 1866. 



NORTHERN DISTRICT. 



County. 


B*“ J ' 


Applicant. 


sanctioned. 


Amount 

issued. 


fg 


Date of last 
Order to Issue. 








£ 


a. 


d. 


£ 


s. 


d. 










Antrim, Upper, 


Thomas Greg, .... 


300 


0 


0 


60 


0 


0 


1 








Antrim, Lower, 


Edward Killen 




0 


0 


20 


0 












Carey, . 


Hugh Leeky, 


750 


0 


0 


ooo 


0 


0 


4 








Dunluce, Upper, . 


R. W. Magennis, .... 






0 


210 


0 


0 










Kilconway, . 


Thomas Greg, .... 






0 


30 




0 










Massereene, . 


The Rev. A. H. Pakonhain, . 


500 


0 




300 


0 




3 










Ditto 


1,400 


0 


0 


280 


0 


0 


1 


23 Jan., 


I860. 






The Rev. M. Sinvtli, 


200 


0 


0 


100 


0 


0 












Samuel M. Greer, .... 


150 


0 


0 


00 


0 












Liberties of Cole- 


























The Rev. ,T. Lyle, .... 


550 


0 


0 


440 


0 


0 




17 May, 








Griffin C. Gnlt, .... 


300 


0 


0 


120 


0 


0 


2 










James M'Clellaiul, .... 


100 


0 


0 


40 


0 


n 


2 


31 Mar., 


1806. 




Loughinsliolen, 


William 1'. Conyngham, 


1,000 


0 


0 


OOO 


0 


0 


3 


7 Mar., 


1865. 






Robert J. Henry, .... 


2,000 


0 


0 


800 


0 


0 


2 


1 Sept, 


» 


Donegal, . 


Inishowen, . 


William J. Foster, .... 


250 


0 


0 


50 


0 


0 


1 


22 Sept, 


1805. 


Fermanagh, 


Clankelly, 


Capel St. George. 


400 


0 


0 


ICO 


0 


0 


2 


17 Dec., 


1804. 






Edward Arehdall 


2,500 


0 


0 


500 


0 


0 


I 


0 Deo., 


1802. 






Henry M. D’Arey Irvine, 


1,400 


0 


0 


840 


0 


0 




11 Mav, 


1805. 






The Rev. C. M. Stack, . 


250 


0 


0 


100 


0 


0 




1 Aprii, 








John G. Irvine 


250 


0 


0 


150 




0 












Ditto, 


1,250 




0 


250 


0 


0 


1 




I860. 




Maglieraboy, 


The Marchioness of Ely, 


2,500 


0 


0 


1,500 


0 


0 


a 




ISOM. 






Ditto 


050 


0 


0 


520 


0 


0 


4 




1803. 




Magherosteph an a, 


Sir Victor A. Brooke, bait., . 


2,400 


0 


0 


480 


0 


11 


1 


Hi Dec., 


1804. 








250 


0 


0 


150 


0 


n 


3 


13 July, 


1805. 




Dungannon, . 


Thomas S. Irwin 


300 


0 


0 


00 


0 


0 


1 


12 Dec., 


1304. 








800 


0 




ICO 


0 


0 


1 




1805. 






A G. M. Moore, .... 


500 


0 


0 


100 


n 


0 




20 Mav, 








Ditto, 


200 


0 


0 


40 


0 




] 


20 May, 






Omagh, 


J. T. Hamill Stewart, . 


500 


0 


0 


100 


0 


0 


1 


22 April, 








Ditto, 


500 


0 


0 


100 


0 




1 


22 April, 






Strabane, 


The Marquess of Abercom, . 


2,000 


0 


0 


1,600 


0 


0 


i 


14 Aug., 




Armagh, . 


O'Neilland, West, . 


Ralph S. 0’Br«, .... 


200 


0 


0 


120 


0 


0 


3 


3 Aug., 


1803. 


Down, 


Ards, 


Hugh Montgomery, 


500 


0 


0 


100 


0 


0 


1 


24 Jan., 


1805. 




Castlereagh, Upper 


Thomas R. Stannus, 


125 


0 


0 


75 


0 


0 






1800. 




Kinelarty, 


William B. Forde, . 


400 


0 


0 


180 


0 


0 


8 


25 Sept, 


1805. 



MIDLAND AND EASTERN DISTRICT. 



CSVSK, 


Castlerahan, . 


The Marquess of Headfort, . 


1,000 


0 


0 


600 


0 


0 


3 


16 Feb., 1865. 




Clonkee, 


Mervyn Pratt, .... 


5,000 


0 


0 


500 


0 


0 


i 


8 Feb., „ 


Monaghan, 


Dartrey, 


Anure A. Murray Ker, . 


100 


0 


0 


30 


0 


■j 


3 


10 Dec., 1863. 




Trough, 


David Ross, 


000 


0 


0 


540 


0 


0 


3 


26 Mar., 1866. 






John W. Johnstone, 


240 


0 


0 


ICO 


0 


0 


4 


0 Mar., „ 


Longford, 




Sir Thomas J. Fetherstone, hart, 


300 


0 


0 


240 


0 


0 


4 


14 Feb., 1865. 






The Earl of Longford, . 


200 


0 


0 


160 


0 


0 


4 


10 Dec., „ 






John E. Thompson, 


400 


0 


0 


320 


0 


0 


4 


14 Mar., 1S60. 








700 


0 


0 


420 


0 


0 


3 


26 Mar., 




Longford, . 


H. Sholto Douglas, 


1,000 


0 


0 


400 


0 


0 




13 Mar., 1800. 






William Bond, .... 


200 


0 


0 


ICO 


0 


0 


4 


21 July, 1365. 




Rathclinc, 


William Lewis 


200 


0 


0 


1G0 


0 


0 


4 


24 Mar., „ 
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(C.) Schedule showing the Loans in progress, the Amount sanctioned, &c. — continued. 
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APPENDIX TO THIRTY-FOURTH REPORT OF THE [1866-66. 

(C.) Schedule showing the Loans in progress, the Amount sanctioned, &c. — continued. 



WESTERN DISTRICT. 



County. 


Barony. 


Applicant. 


SlIso, 


Coolavin, 

Tireragh, 


Stephen IV. Flanagan, 
Richard Phibbs, . 
llun on Irtvin, 

Sir M. Crcifton, bart., 
Richard U. Briukley, 
Ditto, 


Leitkim, . 


Drumaliaire, . 


The Rev. IV. M. Wilkins 
Hugh L. Montgomeiy, 
John J. YVliyte, . 
Arthur L. Tottenham, 


Mayo, 


Tyrawley, 


William F. Smith, . 
Lewis G. Jones, . 


Roscommon, 


Athlone, . 

Ballintober, North, 

Ballintober, South, 
Bollymoe, 

Boyle, . 

Castleraa, 

Roscommon, 


Walter H. Walsh, . 

John H. Dillon, . 
Patrick Balfe, . 

John W. Flanagan, 
William R. T re.lonnick, 
Patrick Diguan, 

Patrick PI. O'Connor, . 
Lady Jane Johnson, 
Arthur French, 

Connolly T. M'Causland, 
James J. Madden, . 

Lord De Freyne, . 

H. S. Pakenliam Mahon, 


Galway, . 


Athenry, 

Ballymoe, 

Clare, . 

Kiltortan, 

Leitrim, 

Longford, 


John A. Daly, 

John L. Bagot, 

Daniel O’O. Ffrench, 
John J. Gunning, . 

John Eyre and others, . 
John W. H. Lambert, . 
Philip Reade, 

James Whyte, . . 

W. C. B. Ituthven, . 


Guu. . 


Bunratty, Lower, . 

Inchiqnin, 

Tulla, G.pper, 
Tulla, Lowear, 


Thomas S. MacAdam, . 
Ditto, 

John C. Delmege, . . 

Ditto, 

Ditto, 

Jonas Studdert, 

William H. Walsh, . 

Catherine O'Shea, . 



Amo 


a"d. 


iasu 


T 






£ 

1,000 


a. 

0 0 


£ 

800 


0 






41.0 


0 l) 


100 


0 






800 


() 0 


040 








600 


0 0 










1,001) 


0 1) 


400 






0 


DUO 


0 0 


300 




0 


3 


350 


0 0 


280 


0 


0 




1,000 


o o 


400 


0 


0 




2,n00 


0 0 


'800 


0 


0 




500 


0 0 


100 


0 


0 


1 


700 


0 0 


420 


0 


0 




000 


0 0 


300 


0 


0 


8 


400 


0 0 


320 


0 


0 


i 


850 


0 0 


170 


0 


0 




300 


0 0 


160 


0 




3 


850 


0 0 


340 


0 


0 




1,000 


0 0 


400 


0 


0 


s> 


300 


0 0 


240 


0 


0 


4 


700 


0 0 


5(10 


0 






300 


0 0 


240 


0 


0 




500 


0 0 


300 


0 


0 


3 


400 


0 0 


t-0 


0 


0 


1 


400 


0 0 


100 


0 


0 


2 


500 


0 0 


300 


0 


(1 


3 


750 


0 0 


000 


0 


0 




450 


0 0 


3C0 


0 


0 


4 


1,000 


0 0 


GOO 


0 


0 




350 


O 0 


280 


0 


0 


4 


500 


0 0 


200 


0 


0 


2 


150 


O 0 


30 


0 


0 


1 


1,000 


0 0 


1,080 


0 


0 


4 


500 


0 0 


800 


0 


0 


8 


750 


0 0 


ICO 


0 


0 


1 


1,000 


0 0 


400 


0 


0 


2 


800 


0 0 


040 


0 


0 


4 


250 


0 0 


50 


0 


0 


1 


1,300 


O 0 


760 


0 


0 


3 


201) 


0 0 


160 


0 


0 


•1 


450 


0 0 


1)0 


0 


0 


1 


200 


0 0 


100 


0 


0 


4 


400 


0 0 


80 


0 


0 


1 


1,000 


0 0 


200 


0 


0 


1 















IS Sept., 1863. 
2!) May, „ 
2+ Oct., 1804. 
17 May, 1805. 
20 Mar., 1800. 
27 Sept., 1805. 



3 Aug., 1865. 
15 Dec., 1863. 
7 Ang., 1865. 



3 Sept., 1804. 
2 Nov., 1605. 
18 Mar., „ 

18 Nov., „ 

2 Jan., 1866. 
11 May, 1865. 
18 Dec., 1803. 
10 Dec., 1805. 
27 Ang., 1803. 
31 Mar., 1806. 
31 Mar., 1865. 
15 Jan., 1800. 
2 May, 1S04. 



6 Dec., 1805. 
18 July, „ 

24 Jan., I860. 
31 Aug., 1863. 
22 Feb., I860. 
22 Mar., „ 

13 Jan., 1803. 
10 Sept., 1804. 



18 Oct, 1865. 
27 Mar., 1866. 
26 Nov., 1804. 

2 Jan., 1800. 
0 April, 1805. 

23 Feb., 1806. 
31 Oct, 1805. 

3 May, „ 



SOUTHERN HlSTRICT. 



Luce kick, 



. Clan william, . 



■Cocsellee, Lower, . 
•Connellee, Upper, . 

Coonagfa, 

CoeMea, 

Coshma, 

Glenquin, 

-Owneybeg, . 
ShaaLd, . 



John S. Dwyer, 

George Massy Dawson, . 
Edward T. Gloster, . . 

Charles Patterson and others, 
William J. H. Moreland, 
Stephen D. Biggs, . 

Thomas Sanders, . 

Francis J. Green, . 

John Bateson, 

H entry E. Syrian, . 

Richard Bourke, 

Lord Massy, .... 

Ditto, . . . . 

Hugh Massy, 

Vesey T. Bunbury, 

The Earl of Dunraven, . 

The Rev. T. Bunbury, . 
Daniel C. Harnett, 

Edward W. O’Brien, 

Sir Vere E. P. De Vcre, hart, 
Lord Glon curry, 

Edward H. Goggin, 

The Rev.'T. W. Peile, . 



500 


0 


0 


200 


0 


0 


2 


400 


0 


0 


240 


0 


0 


3 


250 


0 


0 


50 


0 


0 


1 


150 


0 


0 


00 


0 


0 


3 


500 


•o 


0 


100 


0 


0 




1,000 


0 


0 


600 


0 


0 




600 


0 


0 


480 


0 


0 


4 


1,000 


0 


0 


600 


0 


0 




600 


0 


0 


240 


0 


0 




200 


0 


0 


80 


0 


0 


2 


650 


0 


0 


520 


0 


0 


4 


250 


0 


0 


150 


0 


0 


3 


200 


0 


0 


120 


0 


0 


3 


OOO 


« 


0 


240 


0 


0 


2 


ISO 


0 


o 


90 


0 


0 


3 


2J500 


0 


0 


000 




0 


1 


kOQ 


■0 


X) 


60 


o 


6 


8 


200 


•0 


•o 


120 


0 


0 


3 


1,280 


0 


0 


250 


0 


0 


1 


150 


0 




30 


0 


0 


1 


350 


0 


0 


70 


0 


0 




500 


0 


0 


100 


0 


0 


1 


1,000 


0 


0 


400 


0 


0 


2 



12 Feb., 
26 Feb., 
17 Oct, 
28 Dec., 
14 June, 
11 Aug., 
3 July, 
10 Feb., 
10 Feb., 



24 Mai-., 

5 Aug., 

3 May, 
11 July, 
22 Feb., 
28 Dec., 

1 May, 

4 Aug., 
15 Mar., 
10 Sept., 
17 Aug., 



15 Oct, 



1804. 
1800. 

1805. 
1B63. 

1804. 

1805. 

1866. 



1866. 

1864. 

1865. 
1864. 
I860. 

1864. 

1865. 
1864. 



Printed image digitised by the University of Southampton Library Digitisation Unit 




1865-66.] COMMISSIONERS OF PUBLIC WORKS, IRELAND. 

(C.) Schedule showing the Loans in progress, the Amount sanctioned, &c. — continued. 






Ormond, Lower, 
Ormond, Upper, 
Owney and Arra, 



Femioy, 

Kinalea, 

Imokilly, 

Musketry, East, . 
Musketry, West, . 
Orrery and Kilmore, 



Corkaguiney, 
Dunkeiron, Nor 
Dunkernm, Sou 
lraghticonnor, 













No. of! 


Applicant. 


sanctioned 




ta”d. 


=. 




£ 


*. 


d. 


£ ». d. 






300 


0 


0 


240 0 0 


4 1 


George M. Dawson, 

George Bolton, .... 


1,000 

300 


0 

0 


0 

0 


SOO 0 0 
180 0 0 


4 1 
3 1 


William Parker, .... 




0 






3 


Edward S. Coppinger, . 


ano 

aoo 


0 

0 


0 

0 


1*40 0 0 
100 0 o 


3 
















250 


0 


0 


•400 0 0 


4 1 








o 
















4 


1 T. McCarthy Downing, . 


1.000 

l^uo 


0 


0 


720 0 0 


3 




























1,0111) 




















\ ■ 




























500 








4 1 


E. S. Coppinger, .... 


1110 




0 


40 O 0 


8 | 


j Sir George C. Coltburst, bart, 


550 


0 


0 


110 0 0 


1 




1)00 






















j The Earl of Shannon, . 






0 








•4,000 


0 


0 


800 0 O 


a 




500 


0 








Johu P. Fitzgerald, 


1,000 


0 


0 








450 


0 


0 


300 O 0 


4. 




aoo 




0 








150 












700 












100 












1,'.00 


0 






3 




1.500 


0 


0 




3 




550 












2,000 


0 










4O0 


0 


0 




1 




1,000 


0 


0 




















8.000 




0 








800 




0 




















‘450 


0 


0 








SOO 










Packard J. Marshall, 






0 







Appendix C. 

“ Landed 
Property 
Improvement 



3 Jan., 1866. 



3 Jan., 1800. 
!*4 June, 1803. 
3 Sept, 1804. 
'0 June, 1805. 
0 Jan., 1800. 



*4 Jan., 1806. 4 
.7 Feb., „ 

5 Jan., 1603. 



18 Mar., 1864. 
0 Oct., 1865. 
•4 Mar., 1866. 



!2 Sept., 1804. 
.7 Aug., 1805. 
*41 Oct., „ 
i II) April, 1804. 
1 18 Jan., „ 

1 Sept, 1863. 

5 Nov., 1804. 
I 10 Nov., „ 

I 1!) Feb., 1866. 
' '0 Nov., 1805. 

1 Sept, „ 

| 10 Nov., 1804. 

, 1865. 
I 10 Sept, 1863. 
I 4 Mar., 1805. 
23 Mar., 1866. 

6 Aug., 1803. 
3 Oct, 1864. 



Office of Public Works, Dublin, 

1866. 



By Order, 



E. Hornsby, Secretary. 
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Appendix D. 

Report of Mr. 
Robert 
Adams, In- 
spector. 



APPENDIX D. 

Inland Navigations and Harbours. 



Report of Mr. Robert Adams, Inspector 
For the ; 

Ooalisland, January 5, 1866. 

Sir, — T he works on the Tyrone Navigation for the 
past year have been exclusively confined to the repairs 
incidental to its maintenance, viz., repairs of lock-gates, 
towing-path (which is also a public road) canal banks, 
and metalling of the roadway of wharf and quay at 
Coalisland. 

The removal of the weed or aquatic plant (anacharis 



on the State of the Tyrone Navigation. 

•ear 1865. 

alsinastrum) whose luxuriant and rapid growth is won- 
derful, still continues a source of considerable expense. 

The navigation is in good working order, and steadily 
maintains its trade. J 

I have, &c., 

Robert Adams. 

The Secretary, Board of Public Works. 



Report of Mr. 
Edward H. 
Atcock, 
Harbour 
Master. 



Report of Mr. Edward H. Adcock, Harbour Master, on the State of Ddnmore Harbour. For 
the year 1865. 



Harbour House, Dunmore, East, 
January 3, 1866. 

Sir, — D uring tbe year 1 865 I have had the road- 
surface of the pier, and all the roads on the Board’s 
property repaired and coated ; and the two principal 
roads leading to the pier and island had to be repaired 
and coated a second time, owing to tbe severity of tbe 
winter floods, &c. I had the harbour-house paiuted 
and repaired, and sundry small jobs done to tbe roof, 
sewers, &c . ; and all the roads and premises above re- 



ferred to are now in as good condition as could be 
expected, taking into consideration tbe present and very 
severe season of the year. 

I am, & c., 

Edward H. Adcock. 

Edward Hornsby, esq., Secretary, 

Office of Public "Works, Custom 
House, Dublin. 



Report of Mr. Report of Mr. James Bellev, Superintendent, on the State of the Works of the Boyne Navigation. 

James Belle w, -n, , 1uOP 

Super- JBor the year lob a. 



Oldbridge, Drogheda, 

January 8, 1866. 

Sir, — I n compliance with your letter of the 2nd inst., 
I beg to forward tbe following report of the state of this 
navigation, and of the works of repair which have been 
executed during tbe past year, viz. . 



Brae Station. 

Pour new sets of hand-rails, one new slnice, and two 
new footboards have been put on, and the sluices and 
loggerheads secured. Tbe guard lock gates will re- 
quire to be new sheeted with Memel plank during the 
: -j 0 n, as the present sheeting is old and bad. 



Rive>- Watt, Ball's Grove Trackway. 

This wall is more than a mile in extent ; it is much 
exposed to. the action of wind and tide, and is also 
liable to injury from the winter flood, which sometimes 
rises to such an extent as to beat completely across the 
trackway, carry away the gravel in some places off the 
walk, and burrow the back of tbe wall. Tbe only re- 
pair necessary was owing to tbe latter cause ; and tbe 
recent yery heavy flood has occasioned similar injury, 
which will require to be repaired when tbe water falls. 

Oldbridge Station. 

Tbe works at this station are in good order, with the 
exception of a balance beam, which is defective, and 
not worthy the cost of repair. Therefore I consider 
the best course is to take the most wear we can out of 
it, and when the proper time arrives to have a new one 
mounted. There is a leakage of old standing on the 
breast-gate between the bottom rail and tbe sill of tbe 
lock. This, in my opinion, is owing to some defect in 
the fit of tbe gate, or to tho manner in which it was 
originally hung ; however, as there is a good supply 
of water from the Boyne, I would not recommend the 
having the gate raised for repair, as the expense would 
be considerable. 

Stalleen Station. 

Pour now sets of hand-rails, one new foot-board, and 
one now sluice have been put. on. A new balance beam 
has been put on the guard lock, and the sluices, 
bearing irons, and loggerheads secured. The other 
works are in good order. 



Rosnaree Station. 

One now balance beam ami two new foot-boards have 
been put on, and tho loggerheads, etc., secured. The 
breast-gates are very old and bad ; when last inspected 
by Mr. Forsyth, it was decided to take what wear we 
could with safety get out of them. In my opinion new 
gates are necessary, and I would beg to recommend that 
the work be contracted for during the next season. 

Castle Lock Station. 

Two new sluices have been put in. The other works 
are in good order. 

A new .flat-bottomed boat, for jobbing purposes, has 
also been furnished, the want of which has heretofore 
on many occasions caused very great inconvenience. 

About three seasons ago a new weed* made its ap- 
pearance in the Cut of Stalleen. It did not trouble us 
much for the first year, but it soon reached the other 
levels, and grew so rapidly as to smother the ordinary 
weed. It was necessary during the past summer to 
have men almost constantly employed in cutting and 
clearing away this impediment to the navigation, in 
order that boats might pass through with as little ob- 
struction as possible j but the very dry and warm 
weather, together with the rapid growth of the weed, 
rendered it a difficult matter for them to get along 
with little more than half cargoes. This weed does not 
regard the winter, for it is evbn now to be seen, when 
all other weeds have withered away. 

I am, &c., 

James Bbllbw, Superintendent. 

The Secretary, Board of Public 
Works, Dublin. 



* Anacharis alsinastrum. 
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Report of Mr. J. J. Boylan, c.e., on tlie Works executed for the Improvements of Donaghadee 
Harbour, in the County of Down, during the year 18(55. 



The heavy easterly gales during the winter of 1864 
and 1805 ruptured a considerable portion of the sea- 
pavement at the south pier-head. It has been tho- 
roughly repaired during the past summer for a length 
of about eighty yards from the pier-head, and it has 
stood well during the past winter. 

At Lemou’s-quay some injury was also done by tlie 
heavy seas washing over it. Sixty feet in length of 
the dry stone parapet was rebuilt, the surface of the 
quay itself was levelled off, and a quantity of stones and 
gravel that had been washed into the dock inside the 
quay was removed, and the bottom brought to an uni- 
form level, to admit small vessels lying alongside the 
quay. 

The surface of the roadway, in front of the harbour 
workshops, which was much torn up by the heavy seas 
washing over the parapet, was repaired, ami all surplus 
gravel and stones that were thrown on the road removed. 

In front of the County Down Railway Terminus the 
edge of the quay was unfenced, and in consequence of 



the increased traffic in this locality since the railway 
had been opened, some persons had fallen into the har- 
bour on dark nights. To guard against future acci- 
dents of such a nature, a fence has been formed by 
continuing the stone parapet for a length of 75 feet 
to the steps immediately opposite the entrance to the 
railway terminus ; and from the steps east for a length 
of 143 feet, a fence was formed of dressed stone posts, 
34 feet in height, placed at distances of 15 feet apart, 
and connected together by a strong iron chain, and 
placed at about 11 feet from the edge of the quay'. 

The roadway of the quay, the stores, buildings, and 
cranes are all in good order and preservation. 

During the early part of the past year a party of 
divers were employed removing some loose stones from 
the south pier-head, as was alluded to in my last annual 
report. 

James J. Boylan, c.e. 

Howth, April 25, 1866. 



Report of 
Mr. J. J. 
Boylan, c.e.. 
Executive 



Report of Mr. J. J. Boylan, c.e., Executive Engineer, on tlie Works executed for tlie Improvement Report of Mr. 
and Maintenance of Howtii Harbour, in the County of Dublin, during the year lbb'5. J],y| e a s n J ‘ c t 

was paved with large rubble stone for a length of 120 Executive 
feet by 1 2 feet in width, to protect the foundation of En S> necr - 



Works of Improvement. 

Howth, April 25, 1S66. 



During the entire of the past year the steam dredger 
was employed in removing the sand bar at the entrance 
to the harbour, and deepening the portion of tlie basin 
immediately inside the jetties ; but in consequence of 
tlie very exposed situation, a quarter of the working 
time was lost, principally during the long-continued 
easterly winds in the spring. 

The nature of the material forming the bar between 
the pier-heads, and extending for a short distance out- 
side them, was a very fine sand of very light specific 
gravity, which rendered its removal a very tedious and 
difficult matter ; and the currents, during both ebb and 
flood, are so strong that during the operation of dredging 
a large quantity of the sand was washed out of the 
buckets before it could be brought over water, and in 
many cases it was deposited in the part that had been 
dredged to the proposed depth, and rendered redredging 
over the same parts necessary before the required depth 
could be attained. With the exception of a small 
portion in centre of the entrance, on which the water 
is 14 feet light, the entrance is in a good way, and the 
western side of the harbour is brought to the proposed 
depth. 

There were 25,580 cubic yards of sand, mud, <fcc., 
removed during the year. 

Works of Maintenance. 

Three hundred feet in length of the roadway of the 
west pier, immediately in front of the coast-guard 
station, and each approach to the quay at its southern 
end was coated with nine inches in depth of broken 
stones for its entire width ; the rest of the roadway was 
repaired in occasional parts where required, and at tlie 
pier-head portions of the pavement were taken up and 
reset. 

At the rere of the coast-guard station the sea slope 



the building; 

A shed, 40 feet by 20 feet, of timber, covered with 
felt and supported on iron pillars, was constructed 
on the west jetty, to protect the persons engaged in 
buying and selling fish from min, <tc., and was found of 
great service during the broken weather at the end of 
the fishing season. 

Twenty dressed limestone mooring pauls were sup- 
plied, and inserted in the quay of the east pier ; ten old 
timber mooring pauls were redressed and inserted in the 
southern end of the same pier ; and seven iron mooring 
rings were inserted in the wall at the southern end of 
the harbour. 

The roadway of the east pier for 900 feet in length 
was covered with a coating of concrete, formed of hot 
lime and quarry shingle, for a width of 20 feet from the 
edge of the quay, to render it available for horses and 
carts to travel on it, and has been found to stand the 
action of the sea washing over it, and to hear loads of 
35 cwt. being drawn over it without injury. This 
portion of the east pier is subject to be washed over 
during heavy easterly winds, and the gravel of the 
roadway was constantly washed away. Some years 
ago it was paved with large rubble stone ; but its sur- 
face was so rough that horses could not travel over it, 
and therefore cargoes of fish, drc., could not be landed 
on this pier except during high water, when the boats 
conld come up to its southern end j but now the entire 
pier is available for that purpose. 

A portion of the outer or sea slope of the east pier, 
140 feet in length, was paved with large rubble stones, 
set to an uniform slope of 1 in 4 from low-water mark, 
for a width of 40 feet, and then gradually curved up 
to the level of the top of the parapet, and lias been 
found to stand the action of the sea well. 

The roadway from 'the harbour to Kilrock quarry has 
been thoroughly repaired and maintained during the 
year, and is in good order. 

James J. BorLAN, c.e., Executive Engineer. 



Report of Mr. John S. Mason, c.e., Engineer in 
Monaghan, January 31, IS66. 

Sir, — I beg to furnish my first Annual Report on the 
state of the works connected with the Ulster Canal, and 
the progress made with the repairs during the past year. 

The canal came under the management of the Board 
of Works in the month of January, and all the estate 
and interests of the late Canal Company in same were 



charge of Ulster Canal. F or the vear 1 865. ? e R 01 '?. 0 ^ Mr ‘ 

® ” J. S. Mason, ■ 

transferred in the following mouth of July to the Com En =’ lieer- 
missioners, by the Act 28 & <9 Vie , e 109. 

The works in connexion with the locks are in general 
good order, the lock-gates having been partly renewed 
and made staunch by the late Company, by whom also 
the bridges were repaired, together with the stores and 
lock-houses along the canal. The locks and luck-houses 

G 
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Apmhdk D: hare been- substantially built, and will not need much 

J. S. Mason, he embankments, towing-paths, ami fences have not 
Engineer. been so well maintained, and will require some outlay 
to put them in good order. 

The embankments have sunk in places to a consider- 
able extent, and it will be necessary both to raise and 
strengthen them before the reaches can be tilled to the 
levels required for the navigation. 

The towing-paths having been used on several por- 
tions of the canal as car roads, have been much cut up 
in ruts, and being almost impassable in wet weather, 
will require to be formed and metalled. 

The fences were most neglected, and the canal pro- 
perty is consequently exposed to trespass. In some 
places the banks are occupied by the tenants of the 
adjoining land, without any division or boundary ; and 
it may be necessary to eject some of the persons in 
possession, who have refused to acknowledge the Board’s 
authority. 

The canal property was, previous to the last year, 
almost entirely in the hands of dismissed lock-keepers, 
bank-rangers, adjoining proprietors, and tenants, who 
neither paid rent or taxes, nor acknowledged the con- 
trol of the late Company, and they used to buy and sell, 
as their own property, their respective portions ; but 
since the canal came under the management of the 
, Board, after much perseverance on my part, between 
seventy and eighty of the persons who occupy the 
greater portion of the banks became tenants at a small 
rent, which they have paid punctually ; and I expect 
that the recovery of the remaining portion of the pro- 
perty will not bo attended with trouble, as -soon as 
questions are disposed of with regard to claims made by 
the parties holding possession. 

The repairs done during the year consisted in clearing 
the reaches, about 5i miles, from the first to the third 
lock, of mud and weeds which obstructed the navigation, 
and were the cause of much complaint by the persons 
trading between Cliarlemont and Benbnrb. 

In the month of February a very unexpected breach 
occurred in one of the embankments on tins Caledon 
level, which is about 10 miles long,' between the seventh 
and eighth locks. The embankment, was formed of fine 
sand, faced with puddle next the canal, but being bur- 
rowed by rabbits the canal water got through some of 
the holes, and in a short time made a breach 44 feet 
wide, which nearly emptied the canal, and the flow of 
water carried weeds and sand on the adjoining laud ; 
hut there was little damage done, as the canal at this 
place lies close to the River Black water. 

To repair the breach and puddle which was also washed 
, from the bottom of the canal, a large quantity of 

good clay suitable for the purpose had to be carried 
about three miles, and the breach was carefully made 
up and finished in the month of May. 

To prevent breaches in other portions of this sandy 
embankment, a puddle trench was opened in the centre 
for 80 perches, as far as the rabbit-holes were observed, 
and filled with well-tempered clay, making the em- 
bankment staunch and safe from further injury. When 
making the trench as many as 74 rabbit-holes were 
intersected, and many of the burrows approached close 
to the canal. 

In the summer time part of this reach, between the 
seventh and eighth locks, was cleared of weeds and a 
heap of mud that Dearly closed the canal, which accu- 
mulated at a stream flowing in as a feeder near Quinn’s 

For the last few years a weed, anac/iaris alsinastrum, 
not before observed in this part of the country, has 
overgrown the canal, which not only impedes the navi- 
gation, but obstructs the flow of water from one lock to 
another ; and in wet weather, on those portions of the 
canal where small streams enter, the embankments 
would be overflowed if the weeds were not cleared out. 
This work has been chiefly done by the bank-rangers; 
but on the reach between the tenth and eleventh lodes 
it was necessary to employ additional labour, so as to be 
prepared for the floods in the winter time; and owing to 
the care which has been taken in looking after such mat- 



ters, and the height of water in the canal, there being only 
a few. lock-keepers employed, the works have escaped 
all injury during the past wet season. 

Indications of slips were observed in the early part 
of the year at two places in one of the embankments on- 
the last-mentioned reach, and trenches were opened in 
the embankments and puddled, which prevented further 
injury, the banka being now in good order. 

Between the nineteenth and twentieth locks (the- 
summit level) the Druinmaconor River runs alongside' 
the canal, and in winter time overflows into it, 'with 
danger to the canal embankments, and risk of floodin'* 
the country, to prevent which the canal bank next the 
river lias been raised in low places in a temporary wav 
until such time as the river can be improved and 
deepened. 

On the same reach the fences were complained of by 
the adjoining proprietor, and about 147 perches were 
mended m places and repaired. 

After a fine summer the reaches between twentieth 
and twenty-fifth locks ran dry, and in the month of 
September a favourable opportunity was afforded for 
clearing out the weeds and mud from the canal, and the 
work was finished for about 6 miles between the twen- 
tieth and twenty-fourth locks. Between the twenty- 
fourth and twenty-fifth lochs (the Clones Reach, 7 miles 
long), owing to a change of weather which brought a 
supply of water to the canal, the work was discontinued 
in October, when about 2 miles were finished, and the 
remaining 5 miles had little more done than the removal 
of the weeds, leaving a quantity of mud to be cleared 
out next summer at Cloneorick Bog and Clones Bridge. 

The had fences along the eaual have been the cause 
of ranch trouble, requiring care and watchfulness to 
prevent trespass. The bank-rangers have done all in 
their power to repair them, and by repeatedly warning 
persons they have succeeded in a great measure in 
preventing injuries and liberties with the canal property, 
which in jirevious years were not taken notice of. 

A detailed estimate has been made of all the repairs 
necessary to put the canal in good working order, and 
the engineering arrangements with regard to reservoirs 
and supply of water are under consideration, and the 
surveys in progress of being made. 

The want of a supply of water has been the principal 
obstacle and reason why the canal has not heretofore 
been a profitable undertaking. Disputes and litigation 
with respect to the chief supply from the River Black- 
water arose between the hue lessees of the canal and the 
millers on that river, in consequence of which the supply 
of water has been temporarily taken from the canal. 

In the month of November Mr. Commissioner Le 
Fanu held a meeting of the millers, to endeavour to 
conic to an understanding with them respecting the 
supply of water required for the canal, and to make 
an arrangement for the summer mouths satisfactory to 
all parties, if possible ; hut as yet no decision has been 
come to. 

In consequence of tho want of water the navigation 
lias not been used for some years, excepting the portion, 
about 6i miles, between Cliarlemont and Benburb, 
which was closed by public notice on the 1st day of 
September, for the purpose of making repairs ; since 
then a few boats have been allowed to pass by permis- 
sion. The amount of traffic for the year was therefore 
small, the total weight of corn, coals, and building ma- 
terials carried being 1,086 tons. When the canal is 
open the entire length, 1 have no doubt, from the 
inquiries constantly made, that it will be used for the 
carriage and conveyance of all heavy goods required in 
the large district through wliieh it passes for 4(5 miles, 
and will have a beneficial effect in preventing railway 
companies making the high charges which are now the 
subject of general complaint. 



John S. Mason, o.x. 



Edward Hornsby, esq., Secretary, 
Board of Works. 
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Report of Mr. James M. Merrick, Inspector, on the State of the Shannon Navigation from Appendix i>. 
Shannon Harbour to Lough Allen and the Boyle Water, from its Junction with the Shannon r 
to Drum Wharf, near Boyle. For year ending December 31, 18(j5. James M. " 

Navigation Course from Shannon Harbour to Battle south-west Spoil Bank, to prevent trespass on the pro- Ins^'cfor. 
Bridge Loch. perty of the Board. 

Tl» following works love been executed for the The wxter gauge WM painted and figured. 



maintenance of the navigation course between Shannon 
Harbour and Battle Bridge Lock, a distance of seventy- 
nine miles, including Loughs Rec, Forbes, Boffin, 
&c.: — Three cast-iron and ten larch guide-piles have 
been erected to replace decayed timber ones ; forty- 
three guide-piles have been painted, and bushes fixed 
on top of thirty-one, to make them discernible in foggy 
weather. 

Six new timber floating buoys have been moored, 
sixteou iron-floating buoys have been taken up, repaired, 
painted and re-moored, and four stone beacons under- 
pinned, pointed and whitewashed. 

Shannon Bridge. 

The irou work of the swivel-bridge has been painted 
in two coats, oil paint. 

The toll-collector's house and office have been lime- 
washed. 



Tarmonbarry. 

A considerable settlement having taken place for a 
length of sixty-six feet in the regulating weirwall, render- 
ing it very insecure, it was found necessary to repair it in 
the following manner: — A clay dam having been formed 
at up-stream side, the defective masonry was entirely 
removed to the surface of the lower water, at v hich 
level a horizontal bed was formed on the upper 
course of the apron masonry, on which two new courses 
of rock -faced ashlar were set, and the apron and coping 
re-built in Roman cement, and well bouded into the old 
work. _ The backing was re-built in hammered ashlar 
work, in eighteen-inch broken courses, set in hydraulic 
mortar, on a twelve-inch bed of concrete, and pointed 
and plastered at back with Roman cement, and against 
which a puddle bank was formed to level of coping, and 
covered with large flat stone paving. The old rubble 
stone pavement at the base of the weir wall was taken 



Athlone. 

Four hundred and twenty lineal feet of the backing 
at tip-stream side of the regulating weir-wall at this 
station, was rendered leaky from the puddle being 
carried away by the floods of the previous winter, which 
rendered it necessary to form a clay dam the entire 
length, and remove the old covering stones. The open- 
ings were excavated to a depth of five feet, and filled in 
with puddle and covered with large flat stones. The 
top of the sheet piling was staunched with red pine 
boarding, one and a half inches in thickness, spiked on 
the full breadth. 

The water-breaks of the fish-pass in the weir-wall 
were increased five inches in height, by means of timber 
blocks cramped to the stone. This pass lias answered 
the purpose for which it was intended most satisfac- 
torily, as very few fish were caught by anglers during 
the last season below the weir- wall. 

The old canal which is partially used for navigation, 
and forms the head race to the lock-mill, and which bad 
become silted up in several places, was dredged with 
spoon and bag to a minimum depth of four feet six 
inches summer level, and to a breadth of twenty feet. 
The dredged material (about 200 cubic yards) of hard 
gravel and mud was deposited on the waste ground 
adjoining the caual. The iron-work of the swivel- 
bridge was painted two coats oil paint, and the road- 
way, where defective, was repaired with 160 square 
feet of American oak, 2 inches thick, laid in Stockholm 
tar. 

Part of the fence-wall of Spoil Bank below the lock, 
which was damaged by the floods of last winter, has 
been repaired with fifteen cubic yards of rubble masonry. 

The protection wall at Watering Slip on the Leinster- 
quay was also repaired, and the coping properly secured 
with iron cramps. The ten-ton boat at this station was 
thoroughly repaired, and fitted with new flooring and 
bulkheads fore and aft, for conveying puddle to the re- 
pairs of weir-wall. 

A fourteen-ton barge was also repaired and sheeted 
inside to carry puddle and dredged material. 

A row boat, twenty-six feet keel, and five feet beam, 
Was built for mooring buoys and inspection purposes. 

The look-gates were repaired and tarred, and the 
iron work painted ; new two-inch footboards, three feet 
wide, were fixed on the upper gates, and the old chains 
of which were replaced by ISO feet of five-eighths proof 
chain, to the opening and closing gear. 

The hoisting crane ou Connaught-quay was painted 
two coats oil paint. 

Lanesborough. 

A boundary fence wall of rubble masonry fourteen 
and a half perches long, four feet high, and one foot ten 
inches thick, with Scotch copiug, has been built on the 



up and replaced by new ashlar work, well jointed, and 
set on a bed of concrete of hydraulic lime and gravel, 
the full length of the new work, 6 feet in width, and 
3 feet in depth, grouted and pointed in Roman cement, 
and having a slope of 3 to 1 from apron, into which it 
was bonded, to wale-pieces of Memel timber 14 inches 
by 7 inches at lower end. The wales were bolted to 
elm piles, which had been previously driven to secure 
the old pavement. 120 feet in length, by 2 feet high 
of underpinning and pointing, was executed on the east 
retaining wall, where it was defective from the action 
of the flood water on it. 

The waterbreaks of the new fish-pass were increased 
5 inches in height, similar to those in the Athlone pass. 
A channel was excavated from the deep water through 
a gravel bank, to the foot of the fish pass, sufficiently 
deep to allow a free course for the fish to ascend ; it is 
50 yards in length by 4| yards wide. It was found 
necessary to drive stakes in this passage, and at the 
foot of the weir wall (at east side), to prevent stroke- 
hauling or other illegal fishing. 

Cloondrah. 

A gate pier of rubble masonry, and timber entrance- 
gate, 10 feet high by 8 feet wide, was erected at the 
store yard, and the store adjoining the lock house was 
roofed and thatched. The lock-house was liinewashed, 
and some repairs effected on the fire-places and flues. 
The water gauges at Cloondrah lock were painted and 
figured. 

Rooskey. 

The lock-gates at this station were repaired and 
tarred, and some portions of the swing beams affected 
with dry rot, were cut away, coated well with Stock- 
holm tar, and filled with American oak. 

The leakage iu the western embankment caused by 
the last winter floods, was staunched with puddle, faced 
with a rough stone pitching, and the upper surface 
covered with sods. The length of repaired part was 20 
yards. 

The flooring of swivel-bridge, where defective, was 
repaired with 42 superficial feet of oak sheeting, 2 
inches thick, coated with tar. 

The lock-house was liinewashed. 

Albert Loch and J amestoum Canal. 

The gates of the Albert Lock were tarred, and the irotl 
work painted. 

The lock-house was limewashed, and the fire-places 
in (he office and kitchen repaired. 

130 feet by 9 feet superficial of the puddling of the 
canal bank adjoining the Black Lough, which had sunk 
considerably, was made good, and the stone pitching 
repaired. 

70 perches of boundary drain was scoured up on the 
south bank. 
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Appendix!). J amestovm Mill Buildings and Kilbride. 



Report of Mr. 
James M. 
Merrick, 
Inspector. 



The roof of the caretaker’s house and toll-office at 
Jamestown were repaired. 

A. new hall-door and frame were erected at the care- 
taker’s house, at Kilbride Wharf. 



Carrick-on-Shannon . 

Ninety-six lineal feet of retaining wall, 5i feet high 
of rubble masonry, feet thick with punched coping, 
was built to the roadway from the North Wharf. 

The collector’s house at this station was litnewashed. 
Pour perches of open drain 3 feet deep by 2 feet wide, 
was made from the yard to the river, and the crane on 
wharf painted in two coats oil paint. 



Battle Bridge. 

The lock-houses at Battle Bridge aud Drumleague 
were limewashed. 

The parapet of Canal Bridge at Drumhanver was 
repaired, 120 lineal feet of coping was re-set in Port- 
land cement, and secured by iron cramps, and 28 square 
yards of the rubble masonry pointed with Portland 
cement. 

62G perches of boundary drain between Battle Bridge 
and Drumleague Lock, and two culverts under the 
canal were scoured out. 

Several rough walls built in the bed of the river by 
the country people, for illegal fishing at Crawford’s Mill 
and luchagoul were removed, and the stones thrown 
into deep water. 



The Boyle Water. 

The gates of the Clarendon Lock were tarred and 
repaired. 



A timber gate was erected at the entrance to the 
towing path from Knock vicar to Clarendon Lock. 

Three larch guide piles were erected to indicate the 
navigation channel. 

Ono iron floating buoy was repaired, painted, and 
re-moored on Lough Kej'. 



Steam Dredger. 

The steam dredger and barges remain moored at 
Rooshcy Wharf. They will require a large amount of 
repairs to put them into effective working order. 



General State of the Works. 

Tho genera] state of the works is satisfactory. The 
harbours and wharves at Lecarrow, Droniod, Drumsna, 
Carnadoe, Jamestown, Kilbride, and Drumshainbo, on 
the Shannon, as also Cootehall, Knock vicar, and Drum, 
on the Boyle Water, are all in good preservation. 

There has been a large growth during the past sum- 
mer of the new aquatic weed ( Anach-ms olsiimtrum ) 
on the shallows of the River Shannon und Boyle Water' 
and which nearly impeded the navigation of the Cloon- 
drali canal and other places, before (lie winter floods 
covered them ; means will be employed, if found neces- 
sary, to remove it from the navigation channel when 
tho water again falls. 

James M. Merrick, Inspector, 

Athlone, February 3, 1866. 

The Secretary, Board of Public Works, 

Custom House, Dublin. 



^ EP0RT °fMr. William Mollot, Inspector, on flic State of the Shannon Navigation (Limerick 
Moiiiiy, District), and the Maigoe Navigation. For the year 1865. 



Shannon Office, Limerick, 
Sin, February 0, 1860. 

In compliance with the instructions contained in 
your letter of the 2nd ult., I beg to inform you that 
the several works on the Lower and Middle Shannon 
have been well and carefully maintained for the past 
year, and are now in a good state of repair. 



of these stones, and to enable vessels to lie despatched 
with greater facility, according as the tides suit. There 
are now four good cranes on this pier, all of which have 
been painted two coats in oil. The accumulation of silt 
is very much on tho increase, which affects vessels- 
entering or leaving tho harbour at half tides. 



Querrin. 

The roadway and wharf at this station have been 
kept in good repair ; the wooden office lias been coated 
with Stockholm tar, the bye-law boards renewed and 
varnished. 



Kildysart Pier. 

The roadway and pier arc in good repair ; no expendi- 
ture incurred during the past year. 

Clare. 



KUrush. 

The roof of the shed has been coated with Stockholm 
tar, the wood-work of the offices painted, the two hoist- 
ing cranes scraped, cleaned, and painted two coats in 
oil, the face of the pier pointed in cement, the bye-law 
boards renewed and varnished. 

Saleen. 

The wharf has been repaired with 60 tons of broken 
stones and strong gravel ; the collector’s house lime- 
whitened; the doors aud windows painted two coats 
in oil. 

KUteery. 

The roadway and pier are in good repair; no ex- 
penditure incurred on it during the past year. 

Foynes Parlour. 

The wharf has been repaired with a good coating of 
broken stones and strong gravel. The large crane used 
for loading heavy stones being defective, hud to be re- 
newed. A crane post of best 0 Memol, 15 feet high, 
12 inches square, and jib 24 feet loug 12 inches by 7 
inches have been put in ; the machinery adjusted and 
made good. The exportation of largo limesiono blocks 
to Liverpool, has increased very much during the past 
year; an additional hoisting crane had to be erected at 
the south end of the pier, so as to expedite the loading 



The wharf has been repaired with GO cubic yards of 
broken stones, the berths lor vessels frequenting the 
port cleaned and made even, the office lime-whitened, 
the hoisting crane painted, and machinery adjusted. 

Limerick Navigation. 

The canal hanks, wharves, roadways, and bridges be- 
tween Limerick and Killaloe, a distance of 16 miles, 
have been well and carefully maintained. The wharf 
and roadway between Clare street and canal stores have 
been repaired with 129 cubic yards of broken stones; 
1,033 perches lineal of boundary drains cleaned and 
deepened so as to afford the necessary drainage to the 
adjoining lands ; 128 yards superficial of stone pitching- 
slopes and underpinning walls, 196 yards superficial of 
sodding slopes on banks, and 18 perches of now sod 
boundary fence made at Ardcloony. The lock-gates, 
24 in number, have been kept in "good repair, the ne- 
cessary parts painted in oil, tho sheeting scraped, 
cleaned, and coated with Stockholm tar. Two pair of 
new lock-gates have been made and erected, one pair 
at Gilloguc, the other at Monaskea. Two new balance 
beams put on, ono at Annabeg, the other at Errina. 
Two pair of new footboards, two logger- heads, and four 
uprights and brackets have been put on the several 
other gates. A new cut-stone sill lias been put in (on 
the Shannon level) at Errina Lock, having a thorough 
plate of cast iron bolted down on top, so as to insure 
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its stability. Tlie sills of the lock-gates at Monaskea, 
Glonlara, and Newtown, have been repaired, leakages 
stopped, and cast-iron plates securely bolted down on 
the top of each, so as to keep the sill-stones in their 
proper place, and prevent further leakage. Two aque- 
ducts, one at Clonlara, the other at Newtown, were 
very defective ; several leakages appeared through the 
crown of the arches, the old covering was stripped off, 
the haunches and sheeting pinned and pointed, and a 
good layer of strong puddle put over each of them. An 
additional shed has been put up at the end of Annabeg 
lock-house, 12 feet by seven feet, covered with duchess 
slates. A new porch, C feet by 4 feet, put up in front 
of the door, which is a very great advantage to the 
lock keeper. A new roof has been put on Heffernan’s 
house at Plassey, covered with duchess slates. The 
steam dredger was employed in the early part of the 
year removing obstructions iu the canal, and the 
Shannon level between Park Bridge and Plassey, during 
which time she removed 6,375 cubic yards of strong 
gravel and boulder stones, which were discharged at 
an average distance of 800 yards from the place dredgod. 
The lock-houses, stores, &c., 21 in number, have been 
lime- whitened, the roofs repaired, the doors and windows 
all painted two coats iu oil. 

World's End. 

The roadway and wharf have been repaired with 28 
tons of strong gravel, and the stone pitching of slopes 
repaired. 

Jhinmoiy. Ardcloony River. 

The various floods in this river during the past year 
liave brought down large quantities of gravel from the 
mountains, a portion of which was driven into the 
navigation course, and the remainder deposited in the 
old river course above the bridge, the quantity in the 
latter, 4,934 cubic yards, has been removed by horses 
and carts, and 420 cubic yards dredged from the former 
with hag and spoon. 

Killaloe. 

The roofs of the collector’s house, caretaker’s, and 
store in slip-yard, have been pointed and repaired, the 
doors and windows painted, the wharf between the 
bridge and the store repaired with 60 cubic yards of 
broken stones, the hoisting crane cleaned and painted 
two coats in oil. 

Scarriff. 

Both quays at this station are in good repair ; no ex- 
penditure incurred during the past year. 

Mount Shannon Pier. 

The western end and south side have been pinned 
and pointed with good mortar. 



repaired, and two new purlines put in to support same, Appendix D. 
all the premises have been lime-whitened, and 86 - „ 

perches of boundary drain cleaned up. Wiliam r " 

Cloonalieenogue Canal. Inspector. 

The look-gates have been cleaned and tarred ; Allen’s 
Bridge repaired with 48 feet superficial sheeting, 3 
inches thick ; Kilnascarriff — the ballast sheeting of this 
bridge was renewed with 54 feet superficial, of 3-inch 
thick red pine ; the superstructure has been repaired 
with 80 superficial feet of 3-inch thick sheeting ; 

396 perches of boundary drain cleaned up ; the lock- 
house lime-whitened, and canal banks repaired. 



Banaglier. 

The collector’s honsc has been lime-whitened ; the 
gate leading into the yard at the wharf has been re- 
paired; the top working gear of the swivel-bridge got 
out of order ; a new bevel wheel and pinion had to be 
put in, with brass bushings for same. All are now in 
good working order. 



Shannon Harlour. 

The works at this station have undergone a very 
general repair. At the time of high floods and westerly 
wind, the trade boats were frequently driven against 
the wooden bridge, with such force as to cause great 
injury to the structure. It was found necessary to 
place piles ami booms in front of same, so as to afford 
the necessary protection ; 10 strong larch piles, each 
25 feet long, have been driven at a distance of 20 feet 
apart, and 9 feet from the face of the bridge. A boom 
205 feet long, 12 inches square, secured with iron straps 
and shackles has beeu placed across the old river course, 
so as to prevent a recurrence of the injury. The ap- 
proaches to botli ends of the bridge have been made good ; 
30 cubic yards of dry stone-wall facing put up, and 20. 
tons of strong gravel on the surface. The ferry-boat 
had been put into dock, her seams caulked and paid off 
inside and out with a good coating of tar. After the 
winter floods the landings for the ferry-boat on both 
sides of the river required to be repaired and made 
good, which has been done by deepening the approaches, 
and constructing a breakwater of sheet piling, 15 feet in 
length, and 8 feet high. The ferry-house has been 
lime-whitened, the doors and windows painted. 

General Navigation. 

The necessary guide-piles, beacons, and buoys for de- 
fining the sailing course have been attended to, viz., 
14 larch piles have been driven between Shannon Har- 
bour and Portumna, 6 wrought-iron buoys put out and 
moored, 4 wooden buoys repaired, painted, and renewed, 
12 buoys taken up and painted, chains examined and 
re-moored on the different shoals on Lough Derg. The 
steam dredger and barges are in good working order. 



Portumna. 

The wooden jetty has got a thorough repair; 3 oak 
piles, 20 feet long, 10 inches square, driven to support 
waleing; GO feet of waleing, 6 inches square on the 
sides, and 137 feet, superficial, of 3-inch sheeting planks, 
tarred and spiked to the joist. The wharf has been 
repaired with 30 cubic yards of broken stones, the 
lioistin^-crane cleaned and painted, and the roofs of the 
office and shed coated with tar. 

ifeelick. 

The wood work of the lock-gates coated with tar, the 
iron work painted, the leakage in the regulating weir 
wall stopped, and several small leakages in the canal 
banks have been staunched. The roofs of the stores 



River Maigue Navigation. 

The collector’s house has been lime-whitened ; the 
roof pointed and repaired; the doors and windows 
painted. The swivel-bridge is in excellent working 
condition. 

In conclusion, I further beg to inform you, that the 
several minor works on the. Lower and Middle Shannon, 
as also on the Maigue Navigation, are in such a state 
of good repair as not to require further remarks’ on 
the subject. 

I have, <fcc., 

William Hollot. 

The Secretary, Board of Public Works, 

Custom House, Dublin. 
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Arterial Drainage. 

thereon, for the Year ending 31st March, 1866. 
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Carbury Mill-stream. 


800 


190 


2 30 


3 19 


2 


54 18 


0 


Paid off. 


20 


018 2 


5 


31 8 2 


640 10 


7 


Carrowmore Lake. 


3,500 


048 


2 5 


3 7 


9 


177 14 


0 


80 10 10 


40 


0,307 0 


4 


152 19 8 


2,520 9 


0 


Clonlost. 


38,000 


2,490 


3 27 


8 17 


8 


709 1 


3 


337 0 0 


44 


5,707 15 


5 


600 10 10 


0,437 15 


S 


Castlebemard. 


8,000 


309 


0 37 


0 5 


0 


117 1 


8 


55 18 5 


UO 


1,403 11 11 


110 8 7 


1,574 0 


0 


Cavetown. 


2,500 


407 


3 32 


3 2 


0 


122 6 


7 


54 1 0 


30 


1,015 1 


4 


87 12 7 


1,702 13 11 


Cnrraglia. 


8,000 


847 


2 1 


4 1 


0 


277 11 


0 


118 14 7 


44 


3,100 18 


3 


225 19 10 


3,422 18 


1 


Croghan. 


12,000 


1,114 


1 5 


0 1 


8 


383 7 


4 


101 1 1 


48 


3,005 8 


6 


319 15 3 


4^85 3 


8 


Castlemartyr, 


00,744 


792 


3 18 


5 10 


8 


241 2 


7 


110 8 0 


70 


3,071 3 


11 


229 14 4 


3,300 18 


3 


Coolaney. 


309 


91 


0 35 


4 9 


0 


35 17 


1 


12 2 1 


44 


245 0 


7 


23 0 1 


208 0 


8 


Crosslongh. 
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| 


Date when 






i 




"Dungolman {Supplemental, 101 h 


Westmeath and Longford, 




20 Sept., 1852, . 


April, 1850), .... 




Deel, 


Meath and Westmeath, . 


82 


18 October, 1854, 


Dunkellin 


Galway, .... 


108 


7 Sopt., 1857, . 


Derrylin, 


Fermanagh, 


03 


10 Dec., 1805, . 


Drumbominy, .... 


Do., .... 


20 


30 April, 1850, . 


Drumcliff, 


Sligo and Leitrim, . 


00 


20 „ 1852, . 


Dunmore, ..... 
Dunmoran {Supplemental, 80 th 


Galway, Mayo, & Roscommon 
Sligo 


15 

71 


20 „ 1850, . 

20 „ 1852, . 


September, 1858), 


Derryholmes, .... 


King's, .... 


02 


24 „ „ . . 


Eslin 


Leitrim, .... 


00 


12 » „ . 


Fane {Supl., lsf July, 1854), . 


Louth, . ... 


43 


20 Sept, 1851, 


Fergus, 


Clare and Galway, . 


124 


30 October, 1800, 


Foranwell, 


Kildare, . . . 


55 


20 „ 1801, 






02 


27 „ 1855, 


G1 * de 1 Mills,' . . . ) 


Monaghan, . . J 


Gorteen, 


Kildare, .... 


4 


10 Juno, 1840, . 


Garr, 


Do 


27 


1 October, 1850, 


Glenarriff {Red Bay), . 


Antrim, .... 


57 


30 „ 1851, 




Leitrim, .... 


2-1 


10 Sept, 1850, . 


( Drainage, 






Hind River 1 Navigation aban- !• 


Roscommon, 


07 


11 July, 1858, . 


( doneil, . . , 






Hermitage, 


Kildare, .... 


5 


10 Juno, 1841), . 


Inny, 

Kilraannock, {Supplemental, 18(/t 


Longford and Westmeath, . 


118 


13 October, 1859, 


August, 1854) 


Wexford 


12 


20 „ 1810, 


“HiSt 1 . : : 


Galway, .... 
Do., .... 


05 


20 March, 1850, 


Kilmaine { Supplemental, 13t 








March, 1855), .... 


Mayo, .... 


41 


20 April, 1801, . 


Kilbeggan {Jjjf’ ; 


Westmeath and King's, . 
Do. 


107 


15 October, 1887, 


Kilbride, .... 


Kilkenny and Tipperary, . 


01 


0 „ 1805, 


Kilmurry 


Meath, .... 


0 


30 July, 1840, 


Kill 


Cavan, .... 


80 


17 August, 1855, 


Kilcock 


Meath, .... 


25 


10 Sept, 1850, . 


Kinmeen, .... 


Fermanagh, 


23 


2 „ „ . 


Kilmaganny, .... 


Kilkenny, .... 


00 


13 „ 1850, . 


Keenagh 


Longford, . 


100 


7 April, 1858, . 


Lough Aliek {Supplemental, 30 








September, 1858), 


Ma >'° 


15 


30 „ 1800, . 


Longford, .... 
Lorrha {Supplemental, 20 th Apr 


Longford, . 

Tipperary, 


113 


12 „ 1800, . 


1857), .... 


28 


8 October, 1850, 


Loughnasaggart, . 


Meath and Westmeath, 


7 


0 Sept., 1840, . 


Longli Gaia and Mantua, 


Mayo, Roscommon, Sc Sligo 


110 


28 April, 1858, . 


Cavan, Leitrim, &Lougford, 


110 


■20 October, 1859, 


Loughans, . . 


Kilkenny, ... 


80 


20 Sopt, 1804, 


.. f Navigation, 

Lough Neagh I Drainage, and 


Antrim, Armagh, Down, 






Londonderry, and Tv- 


m 


4 April, „ 


[ Water-power, 


roue, . . . ( 




" 



Amount c 
Expcnditui 

purposes 


if 


Portion of 
Expenditure 
churped to 
I'ti Idle Works. 


Portion 
of Total 
Expenditn 

churned oi 


r 


Free Grants 
Remissions. 


X' t. 


d. 


£ s. d. 


£ 




d. 


£ 8. d. 


10,587 1 . 


10 


335 12 0 


8,000 


0 


0 


2,251 0 4 


•20,783 12 


7 


2,000 17 4 


13,700 


0 


0 


4,080 15 3 


12,051) 12 


0 


8‘20 !) 7 


15,340 


0 


0 


20,703 3 2 


787 14 


0 




300 


0 


0 


487 14 0 


333 8 


9 




333 


8 


0 


- 


4,070 7 


0 


224 7 8 


3,840 


0 


1 


_ 


53,008 10 10 


1,740 10 1 


15,000 


0 


0 


37,150 0 0 


4,733 10 


0 


110 0 10 


3,301 


0 


0 


1,322 14 8 


7,100 4 


0 


487 10 7 


0,708 


7 11 


- 


11,300 0 


3 


577 16 2 


10,778 : 


10 


1 


- 


8,155 10 


0 


020 3 1 


0,220 : 


12 


5 


l.ooo o o 


08,010 8 


8 


433 1 8 


24,000 


0 


0 


42,077 7 0 


3,470 1 


8 


07 2 7 


3,407 


10 


1 


- 


47,543 19 


8 


2,803 0 0 


22,000 


0 


0 


22,450 10 8 


" 




- 


200 


0 


0 


- 


3,520 4 


11 


130 10 4 


3,380 


14 


r 


- 


3,810 12 


8 


385 12 6 


3,4)11 


0 


2 


- 


3,345 4 


4 


- 


3,345 


4 


4 


- 


1,010 12 


0 


87 10 9 


023 


2 


0 


- 


20,880 0 


1 


1,410 10 1 


10,050 


0 


0 


8,810 4 0 


280 10 


1 


13 5 10 


273 


10 


3 


- 


08,208 3 


3” 


701 4 8 


14,000 


0 


0 


43,440 18 7 


0,830 13 


7 


- 


7,830 


13 


7 


2,000 0 0 


05,040 17 


10 


2,357 1 7 


21,000 


0 


0 


31,503 10 3 


- 






DO 


0 


0 


- 


10,000 10 


1 


243 4 11 


7,000 


0 


0 


3,747 5 2 


20,050 8 


7 


_ 


8,850 15 


0 


10,818 0 4 


- 




- 


1,200 


4 


3 


- 


8,058 3 


5 


332 8 0 


4,000 


0 


0 


3,725 14 8 


038 13 


3 


55 14 9 


882 


18 


0 


- 


2,700 4 


7 


- 


1,000 


0 


0 


1,700 4 7 


1,810 3 


5 


11 14 0 


1,801 


0 


5 


- 


214 10 


4 


- 


244 10 


4 


- 


10,084 13 


10 


337 7 10 


7,000 


0 


0 


3,017 0 0 


10,820 0 


7 


230 2 8 


4,450 


0 


0 


0,140 3 11 


4,110 10 


1 


122 7 11 


2,000 


0 


0 


1,007 11 2 


44,024 13 


7 


2,425 11 0 


18,200. 


0 


0 


24,209 2 7 


3,004 ID 


3 


05 0 0 


2,800 


‘ 0 


0 


040 10 3 


083 14 


0 


.000 


' 074 


8 


G 


- 


24,507 7 


10 


30 18 4 


10,050 


0 


0 


13,871 0 0 


111,085 0 


0 


1,312 18 7 


35,075 


0 


0 


74,007 2 2 


4,107 7 


4 


.94 0 O 


1,800 


0 


0 


2)178 7 4 


104,374 10 


* 


37,000 12 0 
8,513 14 0 


110,000 


0 


0 


07,277 17 10 
30.000 0 (i 


j 357 17 


10 


Mills, 


SK 


17 


10 
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_Areaof 


Cos 




Increase 












Ttapnymnnfa 




~ 




Aron of 


Injured Lands, 


P ®r.i” 




Instalments 
payable 
half-yearly, 
to repay Cost 


§!- 
















Catchment, 
itain Basin. 


been Drained 
or Improved. 
Statute 
Measure. 


Drainage. 

including 

Interest, 

&c. 


Value 
caused by 


sfl 

*|j 


To 

31st March, 1805. 


For year 
ending 31st 
March, 1800. 


Total. 


Districts. 


Stat. Acres. 


A. 


it. r: 


£ a. 


d. 


.£ 


a. 


rf. 


£ a. d. 




£ a. 


d. 


£ a. 


d. 


£ a. 


d. 




28,000 


2,220 


0 8 


4 12 


1 


929 


1 


G 


301 14 0 


22 


0,522 14 


5 


080 13 


1 


10,203 8 


0 


Dungohnau. 


04,000 


4,400 


3 30 


4 3 


0 


1,58-4 


8 


0 


043 15 2 


28 


15,074 1 


1 


1,182 13 10 


10,750 14 


11 


Deol. 


88,320 


0,505 


0 31 


7 11 


5 


1,094 


15 


0 


527 10 3 


4-1 


8,074 14 


o 


1,022 10 


1 


9,097 10 


7 


Dunkcllin. 


3,000 


187 


0 4 


4 4 


3 


40 


9 


11 


13 7 11 


30 


230 1 


4 


20 10 


0 


205 17 


4 


Derrylin. 


1,000 


151 


2 5 


2 0 


7 


30 


11 


G 


Paid off. 


32 


420 13 


9 


28 0 


0 


454 2 


9 


Drumbominy 


14,204 


047 


0 11 


5 18 


1L 


207 


11 


1 


90 5 0 


70 


2,780 1 


5 


197 4 


5 


2,977 5 


10 


Drtuncliff. 


00,101 


4,837 


1 10 


10 15 


8 


1,051 


1 


11 


480 0 0 


48 


7,550 17 


7 


988 14 


8 


8,539 12 


3 


Dunmore. 


7,080 


881 


0 35 


5 4 


11 


282 


10 


4 


05 17 4 


33 


3,072 17 


2 


191 10 11 


3,204 14 


1 


Dunmornn. 


22,400 


5,000 


1 0 


1 3 


111 


958 


1 


4 


Paid off 


- 


8,802 19 


1 


- 




8,802 10 


1 


Derryhohnes. 


10,840 


2,039 


3 5 


4 1 


8 


880 


10 


1 


390 11 2 


40 


11,000 10 


3 


410 7 


0 


12,010 17 


2 


Eslin. 


87,400 


1,521 


3 28 


4 15 


0 


533 


2 


7 


205 0 10 


38 


0,731 19 


6 


407 17 


2 


7,139 10 


8 


Fane. 


134,400 


7,301 


2 20 


9 3 


0 


1,752 


0 


3 


845 18 10 


44 


7,420 10 


11 


1,590 2 


10 


9,010 13 


0 


Fergus. 


8,800 


050 


1 35 


3 11 


3 


203 


1 


11 


125 7 8 


40 


3,420 4 


0 


244 6 


8 


3,070 11 


5 


ForanwelL 


170,813 


r o,7oo 
l 0 


0 38 
2 G 


0 11 


11 


1,904 


17 


0 


803 2 5 
7 10 11 


3Gj 


19,275 10 


4 


1,854 3 


0 


21,129 13 10 


Glyde. 


7,170 


1,440 


0 12 


2 7 


0 


438 


0 


3 


124 12 1 


40 


4,188 1 


5 


85 13 


5 


4,273 14 10 


Gorteen. 


3,000 


044 


0 23 


3 12 


8 


282 


10 


8 


120 4 8 


10 


3,985 10 


0 


230 15 


3 


4,230 5 


3 


Garr. 


0,200 


520 


0 30 


0 7 


2 


214 


12 


4 


105 13 0 


50 


2,001 2 


11 


105 10 


5 


3,120 18 


4 


Glenarriff. 


3,520 


304 


1 20 


3 0 


8 


J44 


10 


0 


Paid off 


- 


1,298 8 


11 


" 




1,298 8 


11 


Headford. 


10,000 


2,003 


2 32 


0 11 


3 


7G3 


8 


0 


300 4 8 


44 


8,441 14 


1 


87S 15 


4 


9,320 9 


5 


Hind Biver. 


000 


150 


1 38 


1 10 


r. 


20 


13 


11 


10 1 3 


40 


300 10 


7 


6 3 


0 


302 14 


1 


Hermitage. 


231,110 


0,850 


1 0 


8 7 


8 


1,400 


0 


5 


025 2 0 


30 


8,737 8 


10 


1,007 11 


2 


0,805 0 


0 


Inn,. 


8,532 


509 


1 12 


19 0 


3 


702 


0 


1 


241 17 0 


24 


0,022 7 


0 


480 7 11 


10,102 15 


5 


Kiimannock. 


40,341 


0,314 


3 15 
2 9 


8 6 


1 


1,509 13 


1 


722 2111 
3 1 9J 


44 


15,382 18 


0 


1,304 2 


9 


10,747 1 


3 


Killimor. 


10,000 


1,129 


3 30 


9 10 


3 


622 


12 


5 


185 11 10 


40 


7,030 3 


0 


325 2 


4 


7,904 6 


1 


Kilmaiue. 


88,030 


5,408 

10 


2 15 
2 4 


0 0 


0 


975 


0 


0 


453 0 9 
60 1 8 


25 


1 7,082 10 


0 


941 18 10 


8,924 8 10 


Kilbeggan. 


8,000 


2,103 


0 15 


3 11 


0 


505 


14 


8 


187 19 2 


28 


3,801 10 


0 


304 9 


4 


4,255 10 


4 


Kilbride. 


2,000 


309 


1 20 


2 7 


9 


143 


10 


1 


32 9 8 


40 


1,054 3 


4 


51 8 


1 


1,105 11 


0 


Kilmurry. 


17,000 


030 


3 0 


4 8 


0 


101 


0 


2 


30 11 1 


40 


784 0 


7 


40 10 


8 


831 5 


8 


Kill. 


3,230 


401 


3 11 


3 13 


4 


190 


4 


1 


07 15 1 


40 


1,072 10 


11 


113 11 


2 


2,080 11 


1 


Kilcock. 


1,000 


87 


3 31 


2 15 


7 


28 


2 


0 


10 9 10 


32 


301 11 


10 


21 3 


3 


322 15 


1 


Kinnieen. 


18,000 


2,821 


2 0 


3 15 


5 


499 


0 


5 


228 4 3 


48 


5,075 10 


3 


201 10 


7 


0,227 0 10 


Kilmaganny. 


18,000 


1,758 


3 0 


0 0 


5 


' 317 


15 


2 


153 0 0 


44 


2,888 14 


10 


240 14 


3 


3,129 9 


1 


Keenagli. 


0,004 


921 


2 30 


2 19 10 


240 


10 


7 


Paid off. 


- 


2,782 4 


0 


- 




2,782 4 


9 


Lough Alick. 


72,320 


3,072 


2 29 


10 13 


11 


1,300 


7 


0 


025 17 2 


4-1 


10,094 0 


s 


1,131 3 


8 


12,125 4 


4 


Longford. 


8,000 


1,057 


1 13 


3 5 


3 


335 


7 


0 


92 2 4 


24 


3,410 7 


0 


90 6 


4 


3,509 14 


1 


Lorrho. 


2,500 


103 


1 38 


3 9 


9 


. 09 


11 


4 


20 19 0 


40 


819 13 


0- 


4 9 


7 


824 3 


1 


Louglmasaggart. 


128,000 


4,710 


2 20 


5 3 


11 


757 


5 


2 


300 4 8 


4-1 


0,270 10 


3 


717 10 


8 


5,907 11 


11 


Lough Gara and Mantua. 


200,180 


10,537 


a 8 


10 8 


4 


2,500 


14 


4 


1,20G 3 2 


44 


14,974 10 


2 


2,320 11 


2 


17,205 7 


4 


Loughs Onghter.Gow 


3,500 


548 


1 2 


7 8 


8 


211 


4 


4 


05 10 0 


40 


1,840 4 


0 


80 0 


2 


1,925 10 


8 


Lottghaus. 


1 141 1320 


( - 














Paid off. 


10 


37,000 12 


0 


• _ 










| 20597 


2 32 


5 14 


0 


9,879 


0 


8 


3,782 13 5 
12 0 2 


441 
44 { 


05,32-1 1 


7 


7,202 4 


3 


02,576 0 


10 


{Noagh.IJi^ 



II 
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I 




Total 


Portion 


of 




! 




Districts. 


Counties. 




Awards 
made Anal. 


Expenditure, 


Expondi 

clmroei 


"tn 


of 

Expo 


mlituro 


Free Omuls 








y. 


purposes. 


Publio Wc 


ike 


La 


.da. ' 














£ s. d. 


£ s. 


d. 


£ 






( 


Leesborough, . 


Monaghan, 






20 Deo., 1855, . 


0,081 8 2 


247 11 


5 


3,000 


0 0 


2,833’ 10 


9- 




Meath, 




01 


15 Oct., 1851, . 


2,753 19 8 


157 18 


0 


2,090 


1 2 






Lough Da.Ua ( Supplemental , 10 th 
October, 1801) 


Mayo, 




50 


20 „ „ 


2,830 11 0 


101 1 


10 


2,274 


0 0 


371 0 11 


Lavnlly, 


Galway, . 




1)8 


27 „ 1850, 


15,820 8 8 


379 11 


8 


4,250 


O 0 


11,100 17 


0 


Lough Mask) Navigation aban- 






108 


14 .Tan., 1858, •< 


3,713 4 10 1 








. 




10 


and dotted, . ^ 


Mayo and Galway, 






1,412 3 


5 


10,500 


0 ol 




River Rohe ) Drainage, . ) 








( 








1 


61,438 9 


9 




County of the Town of f 


11(1 


30 Tune, 1859, . 


102,280 10 4 


14,883 0 


0 






87,400 10 


1 




Galway, and Counties 








2,511 3 




28,000 






andCarra, J Mill-Power, 


of Galway and Mayo, ( 


122 


4 April, 1800, . 


30,938 18 9 






13,145 13 0| 






Lisduff, 


Galway, . 




04 


18 October, 1851, 


1,545 10 11 


- 




1,545 


15 11 


- 




Lough Lannagli 

Movour (Supplemental, 12 th April, 


' ' 




103 


7 April, 1857, . 
20 October, 1850. 


18,445 7 4 


1,300 0 


8 


4,100 


0 0 


13,039 0 


8 


1835), 

Mullafarry (Supplemental, 10th Oc- 


Do., . . 






8,704 1 2 


1,030 19 


0 


4,000 


0 0 


3,724 1 


5 


30 April, „ . 


tober, 1801), . 










134 3 


1 


009 


0 0 


243 9 


5 


Miles and Templebryan, 

Mullawn (Supplemental, 10th Ja- 


Cork, 




00 


29 „ 1302, . 


1,392 5 3 


09 15 


0 


1,322 


0 9 


- 




nuary, 1830;, .... 


Mayo, 






20 October, 1850, 


347 7 4 


13 12 


2 


300 


0 0 


33 15 


2 


MagheraJ 


Down, 




08 


30 „ 1951, 


1,307 12 1 


_ 




1,397 12 1 






Moyne and Crosspatrick (Stipple- 
























menial, 10 th October, 1801), 


Mayo, 






30 April, 1800, . 


702 13 9 


23 1 




400 


0 0 


210 12 


3 


Monivea, 


Galway, . 




100 


24 „ 1857, . 


1G.S00 1 1 


1,228 12 11 


5,092 


0 0 


10,575 8 


2 


Nohher, 


Meath, 




44 


20 Sopt., 1851, . 


7,034 3 4 


580 17 11 


7,053 


5 5 


- 




Oranhill (Supplemental, 13 thFeb-) 
ruary, 1837), . . . .; 


Galway, . 




2 


4 April, 1849, . 


3,871 10 2 


190 10 


2 


2,050 


0 0 


1,031 0 


o 


Otvennbrocltngh (Supplemental, 
























13th March, 1805), . . 


Mayo, 




29 


20 October, 1850, 


8,154 5 7 


00 15 11 


1,500 




1,503 9 




Owenkeagh, ..... 


Cork, 




Hi 


30 April, „ . 


1,277 7 3 


70 11 


7 


1,200 


15 8 


- 




Quin, 


Clare, 




HI 


25 October, 1834, 


20,055 11 0 


1,078 IS 


•l 


14,000 


0 0 


4,970 12 


8 


Red Bog, 

Rath, or Clooneen (Supplemental, 


Meath, 




8 


0 Sept, 1849, . 


904 10 11 


00 19 


11 


898 


0 0 






31st March, 1806), . 


Longford and Westmeath, 


73 


30 „ 1852, . 


0,071 0 4 




1 




0 0 


1,471 18 


3 


Ratooragh, 


Cork, 


■ • 


40 


13 October, 1851, 


928 7 11 


- 




028 


7 11 


- 




Rinn and Blackriver, . 


Leitrim and Longford, 


114 


20 April, 1809, . 


33,400 7 10 


2,270 14 


3 


15,000 


0 0 


10,180 13 


7 


Strokestown, 


Roscommon, 


• ■ 


00 


11 July, 1800, . 


42,097 0 1 


1,858 5 


3 


21,541 


0 1 


18,098 0 


9 


Simile, 


Mayo and Galway, 




101 


15 April, 1857, . 


30,573 10 3 


032 0 


1 


7,500 


0 0 


22,141 10 


2 j 




King’s and Tipperary, 


70 


20 „ 1803, . 


8,381 2 0 


414 0 11 


5,000 


0 0 


2,704 12 


10 




Do., . 




“ 


- 


- 


- 




172 


O 0 


- 




Shandon, 


Waterford, 




00 


13 October, 1801, 


1,030 12 0 


370 O' 


0 


000 12 0 


- 




Shandrum, 

Sow ( Supplemental, 23 rd March, 


Mayo, 




18 


30 April, 1800, . 








712 10 3 


_ 






















-.180!)), . . . . '. 


Wexford, . 




70 


20 „ 1803, . 


8,825 9 3 


415 12 11 


0,500 


0 0 


1,009 10 


4 


Shanagolden ( Award abandoned!), 






- 


- 


3,741 8 4 


227 15 


5 


- 




3,513 12 


11 


Saleen Lough 


Mayo, 




42 


20 „ 1851, . 


3,079 13 11 


135 18 


0 


2,043 


5 6 


- 




Turloughmore, .... 


Galway, . 




88 


28 June, 1855, . 


00,718 1 9 


1,120 10 


2 


23,000 


0 0 


30,591 11 


7 


Templetnore (Lands, . 

(New award) ( Mills, . 
Tawnawoggaun ( Supplemental,', list 


Tipperary, 




’I 


1 1 July, 1854, | 


15,008 15 5 


1,008 3 


2 


7,000 

280 


0 0 
0 0 


7,030 12 


3 


March, 1800), .... 


Mayo, 




36 


20 October, 185p, 


1,384 0 10 


155 12 


4 


1,000 


0 0 


178 8 




WHkinstown, .... 


Meath, . 




10 


19 „ 1840, 


1,704 O O 


190 i n 


7 


1,57.3 


2 0 


- 




Wottonstown, .... 


Louth, . . 




45 


20 Sept, 1851, . 


1,102 IS O' 


80 17' 


T 


1,021 16 5 


- 




Youghal 


Cork, 




100 


18 Feb., 1857, . 


22,770 0 0 


- 




7,000 


0 0 


15,770 0 


0 












2,384,338 811 


52,18012 


8 


900,524 


3 2 


,331,03318 1 
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thereon, for the Year ending 31st March, 1866 — continued. 



KrMO( 


Flood 
| Injured 


uSde, 


per Aero 


Incrons 
in the. 




Amount of 
Instalments 


fi 


1 


Bepaymente. 




Rain Basin. 


keen Drained 
or Improved. 


Drainage, 
including 
Interest, 
& c. 


Value 

of these Lands, 
Drainage. 


half-yearly, 
to repay Coat 
with Interest. 


1 


It 


To 

31st March, 1865, 


ending 31st 
March, 1866. 


Total. 


Districts. 


"uSS 


728 


*2 27 


£ a. d. 
8 0 3 


£ S. 
221 11 


d. 

9 


£ s. d. 
103 3 3 


44 


£ a. d. 
2,1 04 5 2 


£ a. d. 

202 0 10 


£ a. d. 

2,800 6 0 


Leesborough. 


2,300 


480 


0 34 


5 6 1 


140 4 


8 


09 2 6 


72 


2,848 9 11 


104 1 1 


2,452 11 0 


Lough Crew. 


4,600 


083 


0 15 


2 13 10 


201 16 


3. 


97 0 7 


40 


2,571 11 0 


120 8 9 


2,001 19 0 


Lough Dalla. 


28,100 


1,040 


2 0 


7 10 2 


304 0 


8 


140 3 0 


44 


2,034 11 3 


289 19 0 


3,224 10 3 


Lavally. 


1 225,000 


5,805 


0 13 


10 13 5 


625 10 


0 


302 1 3 


60 


5,592 12 1 


017 4 4 


6,500 10 5 


Lough Mask & River Robe. 


1 780,000 


15,032 

l 20 


2 4 
1 10 


22 13 10 


1,801 4 


3 


Paid off. 
835 14 1 
480 11 0 


561 
40 j 


14,883 0 0 
17,210 13 1 


2,386 4 8 


14,883 0 0 
10,602 17 0 


f Loughs Cor- 1 Navigation, 
rib, Mask, [Drainage, it 
l andCarra, J Mill Power. 


2,400 


408 


1 11 


3 2 0 


112 16 


8 


48 7 2 


52 


1,304 4 9 


05 18 0 


1,400 3 0 


Lisduff. 


21,410 


1,750 


2 5 


0 15 0 


241 13 


5 


117 19 0 


0i 


0. 


2,050 13 8 


241 0 0 


2,892 3 2 


Lough Lannagh. 


6,000 


1,040 


3 11 


7 8 5 


553 8 


4 


08 17 3 


20 


5,030 8 0 


106 .7 6 


5,832 15 11 


Moyour. 


2,210 


326 


0 15 


2 12 4 


117 5 


1 


Paid off. 


■ 




932 3 3 


- 


032 3 3 


Mullafarry. 


10,285 


250 


1 20 


5 2 0 


04 14 


2 


46 15 2 


“ 


1,200 10 6 


90 10 3 


1,341 0 9 


Miles and Templebiyan. 


400 


74 


3 13 


4 0 2 


20 11 


1 


Paid off 


■ 




302 10 8 , 


- 


302 19 8 : 


Mullawn. 


10,000 


303 


1 22 


3 11 0 


147 3 


5 


00 10 5 


32 


1,611 17 10 


101 3 0 


1,713 0 10 1 


Maghera. 


600 


00 


1 32 


7 0 11 


50 16 


10 


raid off 






032 14 7 


- 


032 14 7 


Moyne and Crosspatriek. 


64,000 


1,481 


0 0 


10 11 7 


305 7 


4 


146 9 0 


OC 




3,077 10 0 


282 3 0 ! 


3,959 14 2 


Monivea. 


40,-100 


1,357 


1 3 


6 3 11 


680 13 


2 


206 8 0 


40 


7,784 17 7 


491 14 5 


8,276 12 0 


Nobber. 


(BHE 


^ 074 


0 10 


3 15 7 


315 10 


1 


87 13 8 


20 


3,854 11 10 


112 18 11 


3,967 10 9 


Oranhill. 


6,000 


370 


0 35 


8 16 


224 1 


0 


23 0 1 


20 




1,846 0 0 


11 2 0 


1,857 11 0 


Owenabrockagh 


16,700 


303 


2 15 


3 14 


00 9 10 


41 15 1 


44 


1,339 8 3 


84 9 7 


1,423 17 10 


Owenkeagh. 


87,120-, 


4,800 


O 29 


4 8 1 


[ 1,032 16 


3 


450 8 6 


48 


11,145 0 8 


785 0 9 


11,030 10 5 


Quin. 


3,000 I 


241 


2 8 


3 14 4 


75 8 


5 


33 0 9 


40 


1,110 8 2 


50 18 3 


1,107 0 5 


Red Bog. 


16,000 


1,157 


3 35 


5 4 10$ 


401 16 


10 


107 8 11 


32 




4,871 10 11 


310 0 11 


5,101 0 10 


Rath, or Clooneen. 


2,760 


244 


1 0 


3 10 0 


61 7 


11 


23 9 1 


80 




792 2 1 


26 6 8 


818 7 0 


Ratooragh. 


74,000 


4,000 


2 20 


0 12 10 


1,070 5 


2 


515 10 5 


44 




9,435 7 0 


910 13 11 


10,352 1 8 


Rinn and Blackriver. 


70,000 


7,478 


2 21 


5 8 8 


1,704 17 10 


741 5 4 


44 




10,502 0 3 


1,219 10 0 


17,782 0 8 


Strokestown. 


27,000 


3,207 


0 5 


0 4 10 


443 19 10 


215 15 2 


60 


6,048 15 4 


228 1 8 


0,276 10 10 


Shrule. 


j 35,840 


/ 1,288 
t 3 


3 7 
1 0 


G 0 11$ 


434 10 


7 


160 4 8 
4 8 10 


40 

SO 


J 


4,820 17 11 


287 5 4 


5,114 3 3 


Shinroue. 


160 


43 


1 15 


15 4 10 


57 8 


7 


22 17 2 


“ 


080 2 2 


45 8 1 


1,025 10 8 


Shandon. 


700 ' 


132 


1 35 


5 7 7 


53 10 


0 


24 13 1 


44 




834 14 10 


20 7 0 


855 2 4 


Skandrura. 


14,000 


1,083 


0 10 


4 4 10 


009 0 


5 


200 19 6 


44 


0,6S2 10 8 


419 15 2 


7,102 14 10 


Sow. 


- 


- 




- 


• - 




- 






227 15 5 


- 


227 15 5 


Shanagolden. 


2,850 


000 


3 14 


3 4 11 


259 3 10 


74 7 3 


80 




2,605 4 5 


102 15 5 


3,767 10 10 


Saleen Lough. 


212,480 


8,180 


3 20 


7 5 7 


1,605 2 


9 


740 10. 10 


48 




15,022 5 10 


1,460 19 1 


17,103 -4 11 


Turloughmore. 


]• 83,000 


/ 3,394 

i 2 


0 21 
2 0 


4 7 3 


1,268 5 : 


10 


334 17 6 
12 10 0 


30 




9,037 14 0 


447 11 10 


0,485 5 10 


Templemore. 


2,200 


204 


1 0 


4 0 1 


82 10 10 


33 7 3 


30 




1,331 10 4 


20 12 0 


1,355 11 10 


Tawnawoggaun. 


10,000 


700 


2 37 


2 4 10 


217 10 


8 


67 17 0 


40 


1,007 10 0 


107 12 0 


2,075 2 5 


■Wilkinstown. 


6,300 


316 


1 17 


3 4 7 


90 15 


8 


40 0 6 


40 


1,177 10 11 


80 14 5 


1,258 5 4 


Wottonstown. 


1,547 


224 


0 0 


101 13 7 


500 0 


0 


Paid off. 






8,157 19 7 


- 


8,157 10 7 


Youghal. 


0,358,358 


106,730 


2 4 


8 11°° 4 


74,602 7 










701, 501 10 1 


57,484 3 10 
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